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Title 136 WAC 
COUNTY ROAD ADMINISTRATION BOARD 


Standard of good practice--Organization 
of. 

Implementation of SEPA and CEP 
guidelines. 

Annual certification. 

Duties of county road engineer—- 
Commissioners. 

Regarding maintenance management. 

Standards of good practice--Vacancy in 
position of county road engineer. 

Standard of good practice-—Priority 
programming. 

Procedures for the annual road program- 
ming for county road projects. 

Administration of county constructed 
projects. 

Inspection of bridges on county roads. 

Standards of good practice-—Uniform 
budget and accounting procedures for 
county road department. 

Standard of good practice-—Cooperative 
procedures for processing of county road 
accident reports. 

Standard of good practice--Work per- 
formed for other public agencies by the 
county road department. 

Standard of good practice--Rights of way 
acquisitions. 

Standards of good practice--Accommoda- 
tion of utilities on county roads. 

Regarding maintenance of county road 
logs. 

Administration of the rural arterial 
program. 

Apportionment of rural arterial trust ac- 
count funds to regions. 

RAP projects in the six-year program. 

Regional prioritization of RAP projects to 
be approved in 1984. 

Eligibility for rural arterial trust account 
funds. 

Allocation of RATA funds to approved 
RAP projects. 

Execution of a CRAB county contract for 
a RAP project. 

Processing of RAP vouchers. 

Regarding provisions for audit of RAP 
projects. 

Functional classification. 

Design standards for rural arterial program 
projects. 


136-220 Matching requirements for rural arterial 
trust account funds. 
136-250 Expenditure reporting. 


Chapter 136-01 WAC 
STANDARD OF GOOD PRACTICE-- 


ORGANIZATION OF 
WAC 
136-01-010 Purpose. 
136-01-020 Appointment of administration engineer. 
136-01-030 Meetings. 
136-01-040 Correspondence. 


WAC 136-01-010 Purpose. The county road ad- 
ministration board is a nine member board, organized 
under the provision of RCW 36.78.010 through 36.78- 
110 and 46.68.120 (chapter 120, Laws of 1965 ex. 
sess.), for the purpose of establishing and administering 
standards of good practice for county road administra- 
tion within the several counties of the state. The nine 
members of the board shall be appointed by the execu- 
tive committee of the Washington state association of 
county commissioners, and the composition of the board 
shall be six county commissioners and three county en- 
gineers: Provided, That three members of the board shall 
be from Class AA, Class A, or Ist class counties, four 
members shall be from counties of the 2nd, 3rd, 4th or 
5th class and two members shall be from counties of the 
following classes: 6th, 7th, 8th, or 9th class: Provided 
further, That not more than one member of the board 
shall be from any one county. 


[Order 9, § 136-01-010, filed 10/22/68.] 


Reviser's note: Amendments have been made to RCW 36.78.010 
through 36.78.110, cited in WAC 136-01-010, since the order creat- 
ing this chapter was filed. 


WAC 136-01-020 Appointment of administration 
engineer. The county road administration board shall 
appoint a county road administration engineer and the 
engineer shall be a licensed professional engineer with 
experience as a county engineer or as a chief assistant to 
a county engineer within the state of Washington and he 
shall serve at the pleasure of the county road adminis- 
tration board. 


[Order 9, § 136-01-020, filed 10/22/68.] 


WAC 136-01-030 Meetings. Regular public meet- 
ings of the county road administration board shall be 
held quarterly at the call of the chairman and the an- 
nual meeting of the board shall be held the first week in 
July of each year. Each such meeting shall be held at 
the offices of the county road administration board in 
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Olympia, Washington, or at such other place in the state 
of Washington as designated by the board. Additional 
public meetings necessary to discharge the business of 
the board may be called from time to time by the chair- 
man. 


[Order 9, § 136-01-030, filed 10/22/68.] 


WAC 136-01-040 Correspondence. Persons wishing 
to obtain information or to make submissions or requests 
of any kind shall address their correspondence to the 
county road administration engineer, or to the chairman 
of the County Road Administration Board, 106 Maple 
Park, Olympia, Washington, 98501. 


[Order 9, § 136-01-040, filed 10/22/68.] 


Chapter 136-02 WAC 
IMPLEMENTATION OF SEPA AND CEP 


GUIDELINES 
WAC 
136-02-010 Purpose. 
136-02-020 Statement of exempt activities. 
136-02-030 Implementation of SEPA and CEP guidelines. 


WAC 136-02-010 Purpose. This chapter is promul- 
gated pursuant to the directions of chapter 43.21C 
RCW (SEPA) and chapter 197-10 WAC (CEP) guide- 
lines interpreting and implementing SEPA. The adop- 
tion of this chapter is deemed to be in compliance with 
the requirements of chapter 43.21C RCW and chapter 
197-10 WAC. 


[Order 30, § 136-02-010, filed 8/3/76.] 


WAC 136-02-020 Statement of exempt activities. 
The board has reviewed its authorized activities and 
found them all to be exempt under chapter 43.21C 
RCW and CEP guidelines, WAC 197-10-170 (4), (7), 
(8), (11), (12), and (17). This statement is adopted in 
accordance with WAC 197-10-800(4). 


[Order 30, § 136-02-020, filed 8/3/76.] 


WAC 136-02-030 Implementation of SEPA and 
CEP guidelines. Pursuant to RCW 43.21C.120(3) and 
WAC 197-10-800(1) each county is required to adopt 
its own rules, ordinances, or resolutions governing the 
implementation of SEPA consistent with CEP guide- 
lines. All "actions" of the individual counties shall be 
processed in accordance with such adopted rules, ordi- 
nances, or resolutions, then in accordance with WAC 
197-10-900(2). 

[Order 30, § 136-02-030, filed 8/3/76.] 


Chapter 136-04 WAC 
ANNUAL CERTIFICATION 


WAC 

136-04-010 Purpose. 

136-04—020 Inquiry by the board. 
136-04-030 Response by the county. 
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136-04—-040 Review by the board. 

136—04—050 Certificate of good practice. 

136-04-055 Revocation of certificate of good practice. 
136-04—060 Conditional certificate of good practice. 
136-04—-070 Review of conditional certificates. 
136-04-080 Notice of pending revocation or substitution. 
136-04-090 Hearing on revocation or substitution. 
136-04-100 Revocation of certificate. 


WAC 136-04-010 Purpose. The county road ad- 
ministration board hereinafter referred to as the board, 
is authorized to transmit to the state treasurer certifi- 
cates of good practice, hereinafter referred to as certifi- 
cates, on behalf of the counties which during the 
preceding calendar year have reasonably complied with 
provisions of law relating to county road administration 
and with the standards of good practice as formulated 
and adopted by the board or to issue conditional certifi- 
cates. This standard of good practice sets forth a proce- 
dure to be followed by the board in the issuance and 
revocation of such certificates. 


[Order 31, § 136-04-010, filed 12/16/77; Order 24, § 136-04-010, 
filed 10/31/74.] 


WAC 136-04-020 Inquiry by the board. The county 
road administration engineer shall formulate a question- 
naire for use by the counties designed to demonstrate to 
the board their level of compliance with pertinent laws 
and regulations. The proposed questionnaire shall be re- 
viewed and approved by the board at its January meet- 
ing each year and may be revised and modified from 
year to year to reflect changes in statutory and regula- 
tory requirements. The approved questionnaire shall be 
distributed to all counties no later than January 31 each 
year. 


[Order 24, § 136-04-020, filed 10/31/74.] 


WAC 136-04-030 Response by the county. The 
county engineer shall complete the questionnaire, certify 
as to its accuracy, have it approved by the chairman of 
the board of county commissioners, and shall return it to 
the board no later than March 15. 


[Order 24, § 136-04-030, filed 10/31/74.] 


WAC 136-04-040 Review by the board. The county 
road administration engineer shall receive the completed 
questionnaires and prepare a report for the board 
regarding the level of each county's compliance with 
pertinent laws and regulations. The board shall review 
the engineer's report at its meeting in April of each year. 


[Order 24, § 136-04-040, filed 10/31/74.] 


WAC 136-04-050 Certificate of good practice. The 
board shall transmit a certificate to the state treasurer 
prior to May Ist of each year on behalf of those counties 
found to be in reasonable compliance with provisions of 
law relating to county road administration and with the 
standards of good practice as formulated and adopted by 
the board. 


[Order 31, § 136-04—-050, filed 12/16/77; Order 24, § 136-04-050, 
filed 10/31/74] 
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WAC 136-04-055 Revocation of certificate of good 
practice. Whenever the board finds that after issuance of 
a certificate a county fails to meet the requirements of 
such certification, the board may revoke the previously 
issued certificate, or substitute a conditional certificate 
therefor, in the manner provided in WAC 136-04-080 
and 136—-04-090. 


[Order 31, § 136-04-055, filed 12/16/77.] 


WAC 136-04-060 Conditional certificate of good 
practice. Whenever the board finds that a county has 
failed to be in reasonable compliance with provisions of 
law or standards of good practice, the board may trans- 
mit to the state treasurer on behalf of such county a 
conditional certificate, in the manner provided in WAC 
136—-04—080 and 136-04-090. Any such conditional cer- 
tificate shall be issued subject to terms and conditions as 
deemed by the board to be appropriate, and will author- 
ize continued distribution to such county of all or a des- 
ignated portion of its share of motor vehicle fuel taxes. 
A copy of such conditional certificate shall be sent to the 
board of county commissioners of the county on whose 
behalf it was issued. One of the conditions of such con- 
ditional certificate shall be a review by the board at a 
subsequent meeting of the situation which caused its is- 
suance. 


[Order 31, § 136-04-060, filed 12/16/77; Order 24, § 136-04-060, 
filed 10/31/74.] 


WAC 136-04-070 Review of conditional certifi- 
cates. At a designated subsequent meeting, the board 
shall receive a report from the county road administra- 
tion engineer pursuant to each conditional certificate. 
The board shall issue a certificate upon finding that the 
county has complied or is diligently attempting to com- 
ply with the terms and conditions of the conditional cer- 
tificate. If the board finds that the county has not 
satisfied or diligently attempted to satisfy the terms and 
conditions of the conditional certificate, it may, in the 
manner provided in WAC 136—04—080 and 136—04-090 
(a) continue such conditional certificate for further re- 
view, (b) modify such conditional certificate, or (c) re- 
voke such conditional certificate. 


[Order 31, § 136-04-070, filed 12/16/77; Order 24, § 136-04-070, 
filed 10/31/74.] 


WAC 136-04-080 Notice of pending revocation or 
substitution. The board shall not consider revocation of a 
certificate or substitution of a conditional certificate or 
adverse modification of a conditional certificate for any 
county unless written notice of hearing thereon shall 
have been given to the chairman of the board of county 
commissioners at least two weeks prior to the board 
meeting at which such revocation, substitution or modi- 
fication is to be considered. Such notice shall include an 
invitation for representation by the county at such hear- 
ing. 

[Order 31, § 136-04-080, filed 12/16/77; Order 24, § 136-04-080, 
filed 10/31/74.] 
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WAC 136-04-090 Hearing on revocation or substi- 
tution. At the time appointed for the hearing, the board 
shall receive a report from the county road administra- 
tion engineer detailing those laws or regulations with 
which the county is not in reasonable compliance, or 
those terms and conditions of the conditional certificate 
which the county has failed to meet. The board shall 
provide opportunity for presentation of written and/or 
oral testimony on behalf of the county and may there- 
upon (a) continue or modify a conditional certificate (b) 
substitute a conditional certificate for a certificate or (c) 
revoke either the certificate or conditional certificate 
cancel such certificate. 


[Order 31, § 136-04—090, filed 12/16/77; Order 24, § 136-04-090, 
filed 10/31/74.] 


WAC 136-04-100 Revocation of certificate. Upon 
revocation of a certificate or a conditional certificate by 
the board, notice thereof shall be given to the state trea- 
surer and to the board of county commissioners of the 
affected county. If any certificate is revoked without a 
conditional certificate being substituted therefore, the 
board shall review the affected county's(ies') compliance 
with pertinent laws and regulations at each subsequent 
regularly scheduled board meeting until such time as the 
board finds that the county has reasonably complied or 
is diligently attempting to comply with such laws and 
regulations. 


[Order 31, § 136-04-100, filed 12/16/77; Order 24, § 136-04-100, 
filed 10/31/74.] 


Chapter 136-10 WAC 
DUTIES OF COUNTY ROAD ENGINEER-- 


COMMISSIONERS 
WAC 
136-10-010 Purpose. 
136-10-020 Duties of commissioners. 
136-10—030 Duties of the county road engineer. 
136—10-040 Organization of county road department. 
136—10-050 Written policy. 
136-10-060 Forwarding of written policy. 


WAC 136-10-010 Purpose. The laws of the state of 
Washington have established the powers and duties of 
county commissioners in relation to roads and bridges, 
and the qualifications and duties of the county road en- 
gineer. Their purpose is to designate the county road en- 
gineer as the chief administrative officer of the county 
road department. The formal relationship between the 
board of county commissioners and its county road en- 
gineer must be adequately defined to assure an efficient 
and productive road department operation. 


[Order 6, § 136-10-010, filed 6/12/68.] 


WAC 136-10-020 Duties of commissioners. Certain 
specific powers and duties are set forth in RCW 36.75- 
.040, 36.75.050, 36.80.010, 36.81.121 and 36.81.130. In 
addition to specific statutory duties the commissioners, 
in their legislative and management capacity, shall have 
the duty to develop written policies regarding county 
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road department operation for the information and 
guidance of the engineer. 


[Order 6, § 136-10-020, filed 6/12/68.] 


WAC 136-10-030 Duties of the county road engi- 
neer. The various duties and responsibilities of the engi- 
neer are set forth in chapter 36.80 RCW. In addition to 
these specifically defined duties the engineer shall be 
guided by written policies regarding county road depart- 
ment operation as promulgated by the board of county 
commissioners. 


[Order 6, § 136-10-030, filed 6/12/68.] 


WAC 136-10-040 Organization of county road de- 
partment. In order to implement various statutory re- 
quirements the county road engineer shall be recognized 
as the chief administrative officer of the county road 
department, responsible to the board of county commis- 
sioners for its entire operation. It shall be his duty to or- 
ganize the road department in accordance with board 
policy into such departments, divisions, districts or units 
as may be necessary to meet statutory requirements and 
to perform such additional services as may be directed 
by policy of the board. 


[Order 6, § 136-10-040, filed 6/12/68.] 


WAC 136-10-050 Written policy. In order to im- 
plement the requirements of this chapter, the county 
legislative authority shall develop and by resolution 
adopt written policy covering any matters relating to 
road department operation as they may see fit. Certain 
specific matters enumerated herein must be covered by 
such policy[,] to wit: 

(1) Policy regarding organization. A chart or pictorial 
representation showing in detail the interrelationship of 
all positions in the road department from the board of 
county commissioners down through all employees. The 
chart shall clearly show the complete line of command 
throughout the entire organization. Copies of such chart 
shall be prominently posted in the office of the county 
road engineer and road department shops in such a 
manner that it will be readily available to all road de- 
partment employees and the general public. 

(2) Policy regarding personnel practices. A complete 
written statement of all policy relating to the personnel 
of the road department including but not limited to re- 
cruitment, appointment, promotion, dismissal, hours of 
work, overtime, annual leave, sick leave, military leave, 
holidays, classification, union relationship where appli- 
cable, and general work rules. Copies of such statement 
shall be prominently posted in the office of the county 
road engineer and road department shops in such a 
manner that it will be readily available to all road de- 
partment employees and prospective employees. 

(3) Policy regarding handling of complaints. A writ- 
ten statement setting forth a method by which com- 
plaints from the general public related to any road 
department activity will be handled. The purpose is to 
assure that each county will have an orderly procedure 
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to assure that citizen complaints receive prompt 
attention. 

(4) Policy regarding approval of work for other public 
agencies and county departments[.] A written statement 
to supplement chapter 136-32 WAC including but not 
limited to the following: 

(a) Statement of intent indicating whether or not the 
board will accept requests for work for other public 
agencies or other county departments. 

(b) Statement indicating procedures to be followed in 
processing such requests in accordance with statutes and 
chapter 136-32 WAC. 

(c) Statement indicating any delegation of authority 

in processing such requests. 
[Statutory Authority: Chapter 36.78 RCW. 79-01-096 (Order 33), § 
136-10-050, filed 1/3/79; Order 14, § 136-10—-0S0, filed 7/30/70, ef- 
fective 1/1/71; Order 10, § 136~10-050, filed 12/10/68, effective 
4/1/69.] 


Reviser's note: RCW 34.04.058 requires the use of underlining and 
deletion marks to indicate amendments to existing rules, and deems 
ineffectual changes not filed by the agency in this manner. The brack- 
eted material in the above section does not appear to conform to the 
statutory requirement. 


WAC 136-10-060 Forwarding of written policy. 
Each board of county commissioners shall submit to the 
office of the county road administration board one copy 
of each policy required in WAC 136—10-050, and any 
subsequent revisions thereto, adopted pursuant to this 
regulation. The county road administration board shall 
maintain a current file of all such adopted policies of all 
boards of county commissioners. 


[Order 10, § 136-10—-060, filed 12/10/68, effective 4/1/69.] 


Chapter 136-11 WAC 
MAINTENANCE MANAGEMENT 


WAC 

136-11-010 Purpose. 
136—1 1-020 Goal. 
136-1 1-030 Objectives. 


WAC 136-11-010 Purpose. The laws of the state of 
Washington specify in RCW 36.80.030 that the county 
road engineer shall have supervision, under the direction 
of the county legislative authority, of maintaining all 
county roads of the county. The purpose of this standard 
of good practice is to recognize that the majority of road 
maintenance activities can be planned, scheduled and 
accomplished in a predetermined manner which will re- 
sult in improved economics of operation, public safety 
and welfare, and preservation of investment of county 
roads: Provided, however, That this standard of good 
practice shall not be mandatory and shall not be consid- 
ered in the issuance of certificates of good practice. 


[Statutory Authority: Chapter 36.78 RCW. 80-02-105 (Order 37), § 
136-11-010, filed 1/24/80.] 


WAC 136-11-020 Goal. This standard of good 
practice is intended to encourage each county road engi- 
neer to apply basic management principles to road 
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maintenance activities and to set forth specific goals and 
objectives relative to the results to be achieved. 


{Statutory Authority: Chapter 36.78 RCW. 80-02-105 (Order 37), § 
136-11-020, filed 1/24/80.] 


WAC 136-11-030 Objectives. For the guidance and 
information of the engineer developing a maintenance 
management program the following objectives merit se- 
rious consideration: 

(1) To provide, annually, opportunities for key per- 
sonnel to receive initial training or refresher training in 
the principles of maintenance management. 

(2) To develop countywide maintenance standards or 
levels of service for each major maintenance activity. 

(3) To develop standards of performance for individu- 
als and work crews setting forth both the quality and 
quantity of results anticipated. l 

(4) To prepare an annual maintenance program for 
adoption coincident with the annual budget and con- 
struction program which is to identify resource require- 
ments in terms of manpower, equipment and materials, 
and the costs of each. 

(5) To schedule, on an annual basis, major mainte- 
nance activities based on available budgeted mainte- 
nance funds so as to achieve an optimum balance of 
resources in the available time. 

(6) To develop, and annually update, a long rangė 
equipment replacement program encompassing all major 


road department equipment so as to meet the equipment 


demands of the maintenance program. 

(7) To establish an information reporting system ca- 
pable of compiling data needed to allow comparison of 
actual performance with established performance stand- 
ards and budgetary constraints. 

(8) To discuss, at least biennially, with appropriate 
supervisory personnel the data regarding utilization of 
manpower, equipment and materials so as to assure the 
lowest attainable unit cost for each maintenance activity. 

(9) To provide adequate information to all mainte- 
nance personnel regarding goals and objectives of the 
county's maintenance management program. 

(10) To explore and evaluate new techniques, pro- 
ducts, equipment and ideas which show promise of sig- 
nificantly improving performance or decreasing cost in 
any segment of the maintenance management effort. 


[Statutory Authority: Chapter 36.78 RCW. 80-02-105 (Order 37), § 
136-11-030, filed 1/24/80.] 


Chapter 136-12 WAC 


STANDARDS OF GOOD PRACTICE--VACANCY IN 
POSITION OF COUNTY ROAD ENGINEER 


WAC 

136-12-010 Purpose. 

136-12-020 Procedure during vacancy. 

136-12~-030 Acting county engineer. 

136-12-060 Failure to comply with ruling. 

136-12-070 County engineer in eighth and ninth class counties. 
136-12-080 Assistant county engineer in eighth and ninth class 


counties. 
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DISPOSITION OF SECTIONS FORMERLY CODIFIED IN THIS 


CHAPTER 
136-12-040 Duties of acting county engineer. [Regulation 1, § 
136-12-040, filed 12/13/67.] Repealed by Order 1, 
filed 7/17/68. 
136-12-050 Construction during vacancy. [Regulation 1, § 136- 


12-050, filed 12/13/67.] Repealed by Order 1, filed 
7/17/68. 


WAC 136-12-010 Purpose. The laws of the state of 
Washington make detailed provisions in chapter 36.80 
RCW, for the employment of a county road engineer in 
each county. This chapter specifies that he shall be em- 
ployed full time: Provided, That in eighth and ninth 
class counties he may be employed on a part-time basis 
and may be the county engineer of another county; that 
he shall be a registered and licensed professional civil 
engineer under the laws of this state; that he shall have 
supervision, under the direction of the board, of all ac- 
tivities related to the county roads of the county, includ- 
ing maintenance; that he shall certify to the board all 
bills with respect to county roads; that he shall keep 
complete public records of all road department activities; 
that he shall prepare plans and specifications for all 
construction work on the county road system. Since it is 
unavoidable that vacancies will occur from time to time 
in the position of county road engineer, the following 
policy has been formulated to cover an interim period. 


[Order 13, § 136-12-010, filed 12/26/69; Regulation 1, § 136-12- 
010, filed 12/13/67.} 


WAC 136-12-020 Procedure during vacancy. When 
a vacancy occurs in the office of county road engineer 
due to the resignation, retirement or death of a county 
road engineer or for any other reason, the board of 
county commissioners shall take immediate steps to find 
a replacement, either by promotion from within the or- 
ganization if a competent and eligible man is available, 
or by advertisement for, and interview of, interested ap- 
plicants. The chairman of the board of. county commis- 
sioners shall immediately notify the county road 
administration board of the vacancy, and of the proce- 
dure the county board intends to follow during the pe- 
riod of vacancy. 


[Regulation 1, § 136-12-020, filed 12/13/67.] 


WAC 136-12-030 Acting county engineer. (1) If for 
any reason, it is impossible for the board to employ a 
new county road engineer immediately, the board shall 
designate, by resolution, the assistant county road engi- 
neer, or other road department employee, as the acting 
county road engineer for an interim period, not to ex- 
ceed six months, except as. provided in WAC 136-12- 
060. A copy of such resolution shall be forwarded to the 
county road administration board. 

(2) If the assistant county road engineer or other road 
department employee be a licensed professional engineer 
and be appointed as the acting county road engineer 
during the interim period, said acting county road engi- 
neer shall perform all the duties of the county road en- 
gineer as specified in chapter 36.80 RCW. 
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(3) If the acting county road engineer or other road 
employee is not a licensed professional engineer, the 
board shall designate a licensed professional engineer to 
perform all engineering services during the interim pe- 
riod as required by chapter 18.43 RCW, and the acting 
county road engineer shall perform only those functions 
of the office not requiring a professional engineer's li- 
cense. 


[Order 25, § 136-12-030, filed 1/27/75; Order 1, § 136-12-030, filed 
7/17/68; Regulation 1, § 136—12-030, filed 12/13/67.] 


WAC 136-12-060 Failure to comply with ruling. 
When the board of county commissioners has made final 
arrangements for the employment of a new county road 
engineer meeting the requirements of chapter 36.80 
RCW the county road administration board shall be no- 
tified accordingly. If no such notification is received 
within six months of the beginning of the vacancy, the 
matter of the vacancy will be considered at the next 
regular meeting of the county road administration 
board. The board may require that all day labor con- 
struction projects be shut down and/or that all distribu- 
tion of gas tax funds to the county shall cease: Provided 
however, That the board may grant reasonable exten- 
sions of the interim period in the event the affected 
county can give adequate proof to the board that a dili- 
gent effort has been made to secure the services of an 
engineer. If the vacancy continues to exist at the end of 
the extended interim period, the suspension of funds and 
cessation of day labor projects shall become mandatory. 
The acting county road engineer shall continue to per- 
form the duties of the county road engineer until such 
time as the vacancy is filled. 


[Regulation 1, § 136-12-060, filed 12/13/67.] 


WAC 136-12-070 County engineer in eighth and 
ninth class counties. (1) When the board of county com- 
missioners of an eighth or ninth class county chooses to 
employ a county engineer on a part-time basis the terms 
of such employment shall be set forth in a contract 
adopted by resolution of the board. Such contract shall 
specify, but need not be limited to: Statement of legal 
responsibility, salary or wage arrangements, meetings 
with the board, travel expenses, relationship with regular 
employees. A copy of such resolution and contract shall 
be forwarded to the offices of the county road adminis- 
tration board. 

(2) When the board chooses to contract with another 
county for services such contract shall be approved by 
resolution of both boards. Such contract shall specify, 
but need not be limited to: Statement of legal responsi- 
bility, salary or wage arrangements, meetings with the 
board, travel expenses, relationship with regular employ- 
ees. A copy of the contract and both resolutions shall be 
forwarded to the offices of the county road administra- 
tion board. No board of county commissioners shall 
contract directly with a county engineer employed by 
another board. 


[Order 13, § 136-12-070, filed 12/26/69.] 


[Title 136 WAC—>p 6] 


Title 136 WAC: County Road Administration Board 


WAC 136-12-080 Assistant county engineer in 
eighth and ninth class counties. When a board of county 
commissioners of an eighth or ninth class county chooses 
to employ a licensed engineer on a part-time basis or 
contract with another county for the services of its li- 
censed engineer, it shall designate by resolution a full 
time employee as assistant county engineer. In such 
cases, the assistant county engineer shall perform the 
day to day supervision of the road department under the 
county engineer in accordance with policies established 
by the board. 


[Order 13, § 136-12-080, filed 12/26/69.] 


Chapter 136-14 WAC 
STANDARD OF GOOD PRACTICE--PRIORITY 


PROGRAMMING 
WAC 
136-14-010 Purpose. 
136-14-020 Application. 
136~—14-030 Technique. 
136—-14-040 Application of technique. 
136—14-050 Certification. 
136—-14-060 Inventory records. 


WAC 136-14-010 Purpose. The requirement to de- 
velop and adopt both long range and short range pro- 
grams as a prerequisite to road construction has long 
been established by law. Numerous studies have shown 
that road construction needs far exceed available reve- 
nue. Priority programming is the development and ap- 
plication of techniques designed to rank any array of 
potential projects in order of importance to serve as a 
guide in assisting county commissioners in the formula- 
tion of road programs. Priority programming procedures 
for counties much be adaptable to a wide variety of sit- 
uations. 


[Order 16, § 136-14-010, filed 7/22/71.] 


WAC 136-14-020 Application. Priority program- 
ming techniques shall be applied in the ranking of all 
potential projects on the arterial road system of each 
county. They may be applied to all arterial projects 
combined in a single group, or may be applied to indi- 
vidual functional classes of arterials and further subdi- 
vided into rural and urban systems if desired. Priority 
programming will not be required, but is recommended, 
for the access road system. 


[Order 16, § 136-14—020, filed 7/22/71.] 


WAC 136-14-030 Technique. Each county engineer 
will be required to develop a priority programming tech- 
nique tailored to meet the overall roadway system devel- 
opment policy determined by his board. Items to be 
included and considered in the technique for roads shall 
include, but need not be limited to the following: 

(1) Traffic volumes 

(2) Roadway condition 

(3) Geometrics 

(4) Matters of significant local importance 
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The manner in which these various items are treated 
may vary from county to county. A number of accept- 
able priority programming techniques have been devel- 
oped and may be used in whole or in part as a county 
technique. 

Examples are: 

(1) Advance road programs manual — National Asso- 
ciation of County Engineers. 

(2) Administrative guide to priority programming for 
county roads — Automotive Safety Foundation, 1962. 

(3) Priority array for urban arterials — Urban Arterial 
Board 1968. 

(4) A study of the road system of Benton County — 
WSU, 1969. 

Bridge priorities shall be established in accordance 
with WAC 136—20-060. Accident records may be con- 
sidered where their use will make a legitimate contribu- 
tion. A description of the priority programming 
technique to be used shall be submitted by each county 
engineer to the county road administration board no 
later than April 1, 1972. 


[Order 3388, § 136-14-030, filed 4/7/72; Order 16, § 136-14-030, 
filed 7/22/71.] 


WAC 136-14-040 Application of technique. The 
technique for roads shall be applied by the county engi- 
neer to all potential arterial projects in the county, and 
to access road projects if directed by the board of county 
commissioners. The resulting priority array shall be up- 
dated not later than June 1 of each odd-numbered year 
and shall be consulted together with bridge priorities by 
the board of county commissioners and county engineer 
during the preparation of the proposed six year program 
on which hearing is to be held prior to July 1 each year. 


[Order 25, § 136-14-040, filed 1/27/75; Order 3388, § 136-14-040, 
filed 4/7/72; Order 16, § 136-14-040, filed 7/22/71.] 


WAC 136-14-050 Certification. In order to assure 
that priority arrays were available and were consulted 
during the preparation of the proposed six year program 
each year, the resolution of adoption of such program by 
each board of county commissioners shall include assur- 
ances to this effect. A copy of the adopting resolution 
shall be forwarded to the county road administration 
board together with the six year program. 


[Order 25, § 136-14-050, filed 1/27/75; Order 16, § 136-14-050, 
filed 7/22/71.] 


WAC 136-14-060 Inventory records. Each priority 
programming technique will be based, at least in part, 
on existing road conditions. It is required, therefore, that 
in each county an adequate road inventory system be 
maintained. The inventory system shall be updated no 
later than March 1 of each year to reflect work done 
and/or improvements made during the previous year. 


[Order 16, § 136-14-060, filed 7/22/71.] 
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Chapter 136-16 WAC 


PROCEDURES FOR THE ANNUAL ROAD 
PROGRAMMING FOR COUNTY ROAD PROJECTS 


WAC 

136-16-010 Submission of recommended annual road program. 

136—-16-018 Adoption of annual program. 

136-16-020 Contents of annual program. 

136—16-022 Day labor limit. 

136-16-025 Miscellaneous and alternate projects. 

136—16-030 Requirements of listing equipment. 

136-16—-040 Forwarding of program. 

136-1 6-042 Modification of program. 

136-16-050 Annual construction reports. 

DISPOSITION OF SECTIONS FORMERLY CODIFIED IN THIS 
CHAPTER 

136-16-012 Projects of environmental significance. [Order 21, § 
136-16-012, filed 4/19/73.] Repealed by Order 29, 
filed 8/3/76. 

136—-16-014 Projects of environmental insignificance. [Order 21, § 
136-16-014, filed 4/19/73.] Repealed by Order 29, 
filed 8/3/76. 

136-16-016 Dissemination of environmental assessment informa- 
tion. [Order 21, § 136-16-016, filed 4/19/73.] Re- 
pealed by Order 29, filed 8/3/76. 

136—16-060 Publication of information on day labor projects. [Or- 


der 17, § 136-16-060, filed 7/22/71.] Repealed by 
Order 23, filed 3/11/74. 


WAC 136-16-010 Submission of recommended an- 
nual road program. The county engineer shall submit a 
recommended annual program to the board of county 
commissioners on the first meeting in July or at such 
other time as may be specified by the board pursuant to 
RCW 36.40.070 which shall include his recommenda- 
tions for all construction projects and all equipment 
purchases for the ensuing year. The board shall consider 
the recommended program, make any revisions deemed 
necessary, and with the assistance of the county engineer 
identify those projects requiring a shorelines manage- 
ment permit, and make any necessary environmental 
analysis in accordance with local rules or ordinances and 
regulations or CEP guidelines. 


[Order 29, § 136—16-010, filed 8/3/76; Order 21, § 136-16—010, filed 
4/19/73; Regulation 2, § 136~-16-010, filed 12/13/67.] 


WAC 136-16-018 Adoption of annual program. The 
board shall adopt a final annual program at any time 
prior to the adoption of the budget. 


[Order 29, § 136-16-018, filed 8/3/76; Order 21, § 136-16-018, filed 
4/19/73.) 


WAC 136-16-020 Contents of annual program. The 
adopted annual program shall include, but not be limited 
to (1) a line item for estimated preliminary engineering 
costs, (2) a line item for estimated right of way acquisi- 
tion costs; and (3) a listing of all proposed construction 
work for the year giving a very brief description of the 
work, the name, number and functional classification of 
the road, an estimate of the total cost of each project, 
including construction engineering but excluding prelim- 
inary engineering and right of way acquisition, and a 
notation as to whether construction work on each project 
is to be done by contract or day labor or both. When a 
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project involves both contract and day labor work the 
estimate shall be divided to show the estimated cost of 
each type of work. The sum of all construction costs 
shall be approximately equal to the amount included in 
the road fund construction budget for construction work. 
All construction projects shall be shown, regardless of 
funding source, including any projects previously auth- 
orized and under way on which expenditures are antici- 
pated during the program year. Projects previously 
authorized on which construction work is contemplated 
shall also be listed showing the estimated costs of work 
during the program year. 

[Statutory Authority: Chapter 36.78 RCW. 80-09--084 (Order 38), § 
136-16-020, filed 7/22/80; Order 29, § 136-16-020, filed 8/3/76; 


Order 21, § 136-16-020, filed 4/19/73; Regulation 2, § 136-16-020, 
filed 12/13/67,] 


WAC 136-16-022 Day labor limit. The statutory 
day labor limit shall be computed in the following 
manner: 

(1) When the sum of all construction costs is in excess 
of four million dollars the day labor limit is eight hun- 
dred thousand dollars or fifteen percent of said sum, 
whichever is greater. 

(2) When the sum of all construction costs is in excess 
of one million five hundred thousand dollars and less 
[than] [then] four million dollars the day labor limit is 
five hundred twenty five thousand dollars or twenty per- 
cent of said[,] sum, whichever is greater. 

(3) When the sum of all construction costs is in excess 
of five hundred thousand dollars and less than one mil- 
lion five hundred thousand dollars the day labor limit is 
two hundred and fifty thousand dollars or thirty five 
percent of said sum, whichever is greater. 

(4) When the sum of all construction costs is less than 
five hundred thousand dollars the day labor limit shall 
be two hundred and fifty thousand dollars, unless the 
legislative authority, by resolution, elects the alternate 
procedure. When such alternate procedure is chosen, an 
individual project limit of thirty-five thousand dollars 
Shall apply, and each project shall be administered in 
accordance with chapter 136-18 WAC. 


[Statutory Authority: Chapter 36.78 RCW. 80-16-020 (Order 40), § 
136-16-022, filed 10/29/80; 80-09-084 (Order 38), § 136-16—-022, 
filed 7/22/80.] 


Reviser's note: RCW 34.04.058 requires the use of underlining and 
deletion marks to indicate amendments to existing rules, and deems 
ineffectual changes not filed by the agency in this manner. The brack- 
eted material in the above section does not appear to conform to the 
statutory requirement. 


WAC 136-16-025 Miscellaneous and alternate pro- 
jects. The adopted program may include an item for 
miscellaneous’ unspecified projects in a dollar amount 
not to exceed ten per cent of the total. The adopted pro- 
gram may also include a separate section for alternate 
projects which shall be listed in the same manner as re- 
quired for regular program projects. No construction 
work shall be done on any alternate project until it has 
been authorized by resolution. Said resolution shall 
clearly identify the project as an alternate project, and 
shall specify which project or projects are being deferred 
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or deleted in order that adequate funding be available 
for the alternate. 


[Statutory Authority: Chapter 36.78 RCW. 80-09-084 (Order 38), § 
136-16-025, filed 7/22/80.] 


WAC 136-16-030 Requirements of listing equip- 
ment. The annual program shall also include a list of all 
major equipment purchases contemplated for the year, 
together with the estimated costs thereof. The total esti- 
mated cost ofall equipment listed shall be approxi- 
mately equal to the amount budgeted for equipment 
purchase in the annual equipment rental budget. The 
equipment list may include an item for miscellaneous 
minor equipment in any amount up to 10% of the esti- 
mated total cost. The list may also include a list of al- 
ternate or additional items of equipment totalling up to 
15% of the basic list cost to allow for unforeseen condi- 
tions. 


[Regulation 2, § 136-16~-030, filed 12/13/67.] 


WAC 136-16-040 Forwarding of program. A copy 
of the adopted annual program and appropriate resolu- 
tion shall be forwarded to the county road administra- 
tion board within 30 days of its adoption but not later 
than December 31 of each year. 


[Order 21, § 136-16-040, filed 4/19/73; Regulation 2, § 136-16-040, 
filed 12/13/67.] 


WAC 136-16-042 Modification of program. The 
adopted final program may not be changed[,] revised or 
increased except by unanimous vote of the members of 
the legislative authority who are present when the vote is 
taken. Such modifications shall be by resolution of the 
legislative authority[,] listing each [changed, revised or] 
added project. A copy of each such resolution shall be 
forwarded to the county road administration board 
[within] thirty—days of its adoption. 

[Statutory Authority: Chapter 36.78 RCW. 80—-09-084 (Order 38), § 
136~16-042, filed 7/22/80; Order 29, § 136-16-042, filed 8/3/76; 
Order 21, § 136-16-042, filed 4/19/73. 

Reviser's note: RCW 34.04.058 requires the use of underlining and 
deletion marks to indicate amendments to existing rules, and deems 
ineffectual changes not filed by the agency in this manner. The brack- 


eted material in the above section does not appear to conform to the 
statutory requirement. 


WAC 136-16-050 Annual construction report. At 
any time prior to April 1 of the year following the pro- 
gram year[,] the county engineer shall submit an annual 
construction report to the county road administration 
board[.] The construction report shall show actual ex- 
penditures for all construction work including construc- 
tion engineering done during the previous budget year. 


{Statutory Authority: Chapter 36.78 RCW. 80-09-084 (Order 38), § 
136-16-050, filed 7/22/80; Regulation 2, § 136~-16-050, filed 
12/13/67] 


Reviser's note: RCW 34.04.058 requires the use of underlining and 
deletion marks to indicate amendments to existing rules, and deems 
ineffectual changes not filed by the agency in this manner. The brack- 
eted material in the above section does not appear to conform to the 
statutory requirement. 


(1986 Ed.) 


Administration of County Constructed Projects 


Chapter 136-18 WAC 
ADMINISTRATION OF COUNTY CONSTRUCTED 


PROJECTS 

WAC 

136-18-010 Purpose. 

136-18-020 Definitions. 

136-18-030 Authorization of projects. 

136-18-060 Project records. 

136~-18-064 Preconstruction publication requirements. 

136—-18-070 Records to CRAB. 

136-18-080 Review by CRAB. 

136—18-090 Action by CRAB. 

DISPOSITION OF SECTIONS FORMERLY CODIFIED IN THIS 
CHAPTER 

136-18-040 Location of projects. [Order 27, § 136-18-040, filed 
1/27/76.] Repealed by 79-01-098 (Order 35), filed 
1/3/79. Statutory Authority: Chapter 36.78 RCW. 

136-18-050 Construction limitations. [Statutory Authority: Chap- 


ter 36.78 RCW. 79-01-098 (Order 35), § 136-18- 
050, filed 1/3/79; Order 27, § 136-18-050, filed 
1/27/76.] Repealed by 80-16-019 (Order 39), filed 
10/29/80. Statutory Authority: Chapter 36.78 RCW. 


WAC 136-18-010 Purpose. The laws of the state of 
Washington [(]JRCW 36.77.065[)] provide that con- 
struction on county roads may be done by contract[,] 
and/or day labor[.] The purpose of this standard of good 
practice is to assure that all day labor construction work 
is accomplished within statutory limitations. 


{Statutory Authority: Chapter 36.78 RCW. 80-16-019 (Order 39), § 
136-18-010, filed 10/29/80; Order 27, § 136-18-010, filed 1/27/76.] 


Reviser's note: RCW 34.04.058 requires the use of underlining and 
deletion marks to indicate amendments to existing rules, and deems 
ineffectual changes not filed by the agency in this manner. The brack- 
eted material in the above section does not appear to conform to the 
statutory requirement. 


WAC 136-18-020 Definitions. For purposes of im- 
plementing the requirements of RCW relative to day la- 
bor construction work, the following definitions shall 
apply: 

(1) Construction — the building of a new road facility 
or improvement of an existing facility to a higher geo- 
metric or structural standard. 

(2) Day labor construction — construction work per- 
formed by personnel carried on the county payroll using 
county owned, leased or rented equipment. 

(3) Authorization date — the date that construction is 
authorized. 

(4) Start of construction — the date that construction 
work commences. 

[(5)] End of construction — the date that construction 
work is completed[.] 

[(6)] Completion date — the date on which a county 
road project is closed in the accounting records[.] 

[(7)] Estimated construction costs — the county engi- 
neer's estimate of the cost of contemplated construction 
work, not including preliminary engineering and right of 
way acquisition costs[.] 

[(8)] Estimated ‘project costs — the county engineer's 
estimate of the cost of engineering, right of way acquisi- 
tion, and construction[.] 
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[(9)] True and complete construction costs — the ac- 
counting record of all construction costs attributed to a 
county road project from the authorization date to the 
completion date[.] 

[(10)] True and complete project costs — the account- 
ing record of all engineering, right of way acquisition, 
and construction costs attributed to a county road 
project from the authorization date to the completion 
date[.] 

[(11)] Day labor county road project — day labor 
construction authorized by action of the county legisla- 
tive authority in those counties where a cumulative dol- 
lar limit applies to all day labor construction. 

[(12)] Special day labor county road project — day la- 
bor construction which will result in a facility with inde- 
pendent utility, authorized by action of the county 
legislative authority in those counties where the total 
construction budget is less than five hundred thousand 
dollars and the legislative authority has by resolution 
elected to perform day labor construction in an amount 
not to exceed thirty-five thousand dollars on any one 
project. The following types of construction will nor- 
mally have sufficient independent utility to constitute 
separate projects within the meaning of RCW 
36.77.065[:] 


Type I[.] Roadway construction — a project which in- 
cludes units of work or classes of work such 
as clearing, grading, drainage, base, gravel 
surfacing, traffic and pedestrian services (ex- 
cept street lighting and electrical traffic con- 
trol devices), roadside development and 
ancillary operations. 
High type surfacing — a project which in- 
cludes units of work or classes of work such 
as surfaces of light bituminous, road mix, 
[travel] [gravel] plant mix[,] pug mill mix, 
hot plant mix and concrete. 
Type III[.] Structures — bridges over 20 feet in length, 
tunnels[,] sea walls, irrigation canals, and 
livestock crossings[.] 
Street lighting and electrical traffic control 
devices[.] 


Type II[.] 


Type IV[.] 


[Statutory Authority: Chapter 36.78 RCW. 80-16-019 (Order 39), § 
136-18-020, filed 10/29/80; 79-01-098 (Order 35), § 136~18~-020, 
filed 1/3/79; Order 27, § 136-18-020, filed 1/27/76.] 


Reviser’s note: RCW 34.04.058 requires the use of underlining and 
deletion marks to indicate amendments to existing rules, and deems 
ineffectual changes not filed by the agency in this manner. The brack- 
eted material in the above section does not appear to conform to the 
statutory requirement. 


WAC 136-18-030 [Authorization of projects.] Every 
proposed day labor county road project and special day 
labor county road project shall be a part of the county's 
annual construction program as defined in RCW 36.81- 
.130 and WAC 136--16—020. Additions to the program, 
and/or substitutions in the program, may be made by 
unanimous action of the county legislative authority at 
any time as provided in RCW 36.81.130. No construc- 
tion work shall be done on any project until it has been 
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authorized by resolution of said authority. The resolu- 
tion shall include (a) [a] brief description of the project, 
(b) a vicinity map showing the location of the project 
and its limits, provided that in lieu of individual vicinity 
maps, a single vicinity map showing the location of all 
projects may be included with the resolution adopting 
the annual program, (c) identification of the project in 
terms of the officially adopted annual program, (d) the 
county road engineer's estimate of construction costs 
prepared pursuant to the completion of such preliminary 
engineering and construction plans as shall be necessary 
and sufficient. 

[Statutory Authority: Chapter 36.78 RCW. 80-16-019 (Order 39), § 


136-18-030, filed 10/29/80; 79-01-098 (Order 35), § 136-18-030, 
filed 1/3/79; Order 27, § 136-18-030, filed 1/27/76.] 


Reyiser's note: RCW 34.04.058 requires the use of underlining and 
deletion marks to indicate amendments to existing rules, and deems 
ineffectual changes not filed by the agency in this manner. The brack- 
eted material in the above section does not appear to conform to the 
statutory requirement. 


WAC 136-18-060 Project records. All project cost 
records shall be kept in the manner prescribed by the 
BARS manual. Records of quantities shall be kept in a 
manner consistent with original project estimates. The 
project records shall contain, but shall not be limited to, 
the following: (a) Dated authorizing resolution, (b) vi- 
cinity map showing project location and limits, (c) 
county road engineer's estimate, (d) affidavit of precon- 
struction publication required by RCW 36.77.070, (e) 
documentation of start and end of construction dates, (f) 
affidavit of post-construction publication showing true 
and complete project cost. 


[Statutory Authority: Chapter 36.78 RCW. 79-01-098 (Order 35), § 
136—18-060, filed 1/3/79; Order 27, § 136-18-060, filed 1/27/76.] 


WAC 136-18-064 Preconstruction publication re- 
quirements. The preconstruction publication required by 
RCW 36.77.070 may be made at any time subsequent to 
the adoption of the annual road construction program by 
the county legislative authority, but no later than the 
commencement of day labor on the project or projects. 
The publication shall include a brief description of each 
project and the county engineer's estimate of each 
project cost showing right of way acquisition, prelimi- 
nary engineering, contract work (if any) and work by 
day labor. 


[Statutory Authority: Chapter 36.78 RCW. 85-11-054 (Order 59), § 
136-18-064, filed 5/17/85.] 


WAC 136-18-070 Records to CRAB. Each county 
engineer shall submit to CRAB a copy of each resolution 
authorizing a special day labor county road project 
whose estimated construction cost exceeds 75 percent of 
the day labor limit. Upon completion of each of these 
projects, or no later than March 1 of the succeeding 
year, the county engineer shall furnish to CRAB a copy 
of the record of true and complete construction costs. On 
any project where true and complete construction costs 
have exceeded the statutory day labor limit, the engineer 
shall also provide to CRAB an explanation of the cir- 
cumstances resulting in such over—expenditure. 
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(Statutory Authority: Chapter 36.78 RCW. 80-16-019 (Order 39), § 
136-18-070, filed 10/29/80; 79-01-098 (Order 35), § 136~18—-070, 
filed 1/3/79; Order 27, § 136—18-070, filed 1/27/76.] 


WAC 136-18-080 Review by CRAB. The CRAB 
engineer shall have authority to investigate cases of ap- 
parent violations and shall prepare a listing of all special 
day labor projects for which actual expenditures have 
exceeded the statutory day labor limit during the previ- 
ous calendar year for review by the county road admin- 
istration board at its quarterly meeting in April. 


(Statutory Authority: Chapter 36.78 RCW. 80-16-019 (Order 39), § 
136-18-080, filed 10/29/80; Order 27, § 136~-18-080, filed 1/27/76.] 


WAC 136-18-090 Action by CRAB. Determination 
by the county road administration board that a violation 
of RCW 36.77.060 has occurred shall be cause for issu- 
ance of a conditional certificate of good practice by the 
board on behalf of the county in which the violation oc- 
curred. The first condition of such a conditional certifi- 
cate of good practice shall be that the county be 
required, at the next regular or special meeting of the 
county road administration board, to show cause why a 
certificate of good practice should not be denied to that 
county. Immediate notification of the board's findings 
shall be given to the highway commission for further 
possible action pursuant to RCW 47.08.100. 


[Order 27, § 136-18-090, filed 1/27/76.] 


Chapter 136-20 WAC 
INSPECTION OF BRIDGES ON COUNTY ROADS 


WAC 

136-20-010 Purpose. 
136—20-020 Inventory. 
136-20-030 Inspection. 
136—20-040 Certification. 
136-20-050 Failure to comply. 
136-20-060 Engineer's report. 


WAC 136-20-010 Purpose. [Bridges] [Bridge] of 
many kinds are an integral part of every county road 
system. The safety [and] adequacy of these bridges is of 
vital importance to the traveling public. A program of 
regular periodic inspection and reporting is necessary to 
fully inform each county legislative authority regarding 
the condition and adequacy of all bridges. 

{Statutory Authority: Chapter 36.78 RCW. 79-01-099 (Order 36), § 
136-20-010, filed 1/3/79; Order 11, § 136-20-010, filed 10/9/69.] 


Reviser's note: RCW 34.04.058 requires the use of underlining and 
deletion marks to indicate amendments to existing rules, and deems 
ineffectual changes not filed by the agency in this manner. The brack- 
eted material in the above section does not appear to conform to the 
statutory requirement. 


WAC 136-20-020 Inventory. Each county road en- 
gineer shall have available in his office a complete in- 
ventory of all bridges on the county road system. The 
inventory shall list the location of each bridge by the 
state road log number and appropriate milepoint, and 
shall include such other information as the engineer 
deems necessary. In addition, all data required for the 
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SWIBS bridge inventory shall be submitted to the de- 
partment of transportation state aid engineer on appro- 
priate forms furnished by the department|[.] 


[Statutory Authority: Chapter 36.78 RCW. 79-01-099 (Order 36), § 
136-20-020, filed 1/3/79; Order 11, § 136-20-020, filed 10/9/69.] 


Reviser's note: RCW 34.04.058 requires the use of underlining and 
deletion marks to indicate amendments to existing rules, and deems 
ineffectual changes not filed by the agency in this manner. The brack- 
eted material in the above section does not appear to conform to the 
statutory requirement. 


WAC 136-260-030 Inspection. Each county road en- 
gineer shall be responsible for inspection of all bridges 
on the county road system in accordance with the bridge 
inspection procedure, described in the current edition of 
the AASHTO manual for maintenance inspection of 
bridges. The county road engineer shall note the date of 
inspection and any changes since the previous inspection 
on the SWIBS form and submit all forms to the state 
aid engineer at a predetermined time[.] 


[Statutory Authority: Chapter 36.78 RCW. 79-01-099 (Order 36), § 
136-20-030, filed 1/3/79; Order 11, § 136-20~-030, filed 10/9/69.} 


Reviser's note: RCW 34.04.058 requires the use of underlining and 
deletion marks to indicate amendments to existing rules, and deems 
ineffectual changes not filed by the agency in this manner. The brack- 
eted material in the above section does not appear to conform to the 
statutory requirement. 


WAC 136-20-040 Certification. Submission by the 
county road engineer of a dated SWIBS form to the 
state aid engineer shall be construed as certification that 
inspection of that bridge has been completed in accord- 
ance with the AASHTO inspection procedures. Annu- 
ally, prior to April 1, the state aid engineer will provide 
CRAB and the engineers of the affected counties a list- 
ing of all county bridges for which no SWIBS inspection 
certification has been received during the previous thirty 
months. Any county with a bridge or bridges on this 
listing shall be assumed to be not in compliance with 
bridge inspection procedures[.] 

[Statutory Authority: Chapter 36.78 RCW. 79-01-099 (Order 36), § 


136-20--040, filed 1/3/79; Order 22, § 136-20-040, filed 4/19/73; 
Order 11, § 136-20-040, filed 10/9/69. ] 


Reviser's note: RCW 34.04.058 requires the use of underlining and 
deletion marks to indicate amendments to existing rules, and deems 
ineffectual changes not filed by the agency in this manner. The brack- 
eted material in the above section does not appear to conform to the 
statutory requirement. 


WAC 136-20-050 Failure to comply. Failure of a 
county to be shown in compliance with required bridge 
inspection procedures may be cause for the county road 
administration board to withhold a certificate of good 
practice on behalf of that county. 


(Statutory Authority: Chapter 36.78 RCW. 79-01-099 (Order 36), § 
136-20-050, filed 1/3/79; Order 11, § 136-20-050, filed 10/9/69.] 


WAC 136-20-060 Engineer's report. Each county 
road engineer shall furnish the county legislative author- 
ity with a written resume of the findings of the bridge 
inspection effort. This resume shall be made available to 
said authority no later than June 1 of each year and 
shall be consulted during the preparation of the proposed 
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six year program revision. The resume shall include the 
engineer's recommendations as to replacement, repair or 
load restriction for each deficient bridge. The resolution 
of adoption of the six year program shall include assur- 
ances to the effect that the engineer's report with respect 
to deficient bridges was available to [the] said authority 
during the preparation of the program. 

[Statutory Authority: Chapter 36.78 RCW. 79-01-099 (Order 36), § 
136-20-060, filed 1/3/79; Order 28, § 136-20-060, filed 5/4/76; Or- 


der 26, § 136-20-060, filed 5/6/75; Order 22, § 136-20-060, filed 
4/19/73; Order 11, § 136-20-060, filed 10/9/69.] 


Reviser's note: RCW 34.04.058 requires the use of underlining and 
deletion marks to indicate amendments to existing rules, and deems 
ineffectual changes not filed by the agency in this manner. The brack- 
eted material in the above section does not appear to conform to the 
statutory requirement. 


Chapter 136-24 WAC 


STANDARDS OF GOOD PRACTICE--UNIFORM 
BUDGET AND ACCOUNTING PROCEDURES FOR 
COUNTY ROAD DEPARTMENT 


WAC 
136—24—010 Budget and accounting system. 

WAC 136-24-010 Budget and accounting system. 
In accordance with RCW 43.09.200, the state auditor 
has formulated and prescribed a uniform system of ac- 
counting and reporting for all counties. The state auditor 
has prescribed forms and types of records to be main- 
tained by the county engineers as required by RCW 36- 
.80.060 with the advice and assistance of the county 
road administration board. 

The budgeting, accounting, reporting system for 
counties and cities and other local governments (BARS) 
shall be used for all county road department budgeting, 
accounting and reporting beginning with the 1973 
budget and its associated accounting and reporting re- 
quirements. 


[Order 20, § 136-24—010, filed 11/1/72; Regulation 3, § 136~24-010, 
filed 12/13/67.] 


Chapter 136-28 WAC 


STANDARD OF GOOD PRACTICE--COOPERATIVE 
PROCEDURES FOR PROCESSING OF COUNTY 
ROAD ACCIDENT REPORTS 


WAC 

136-28-010 Purpose. 
136-28-020 Procedure. 
136-28-030 Coding detail. 


WAC 136-28-010 Purpose. The National Highway 
Safety Act of 1966 requires that all states, in coopera- 
tion with their various local governments, collect, com- 
pile and make reports to the National Highway Safety 
Bureau of accident statistics in each state. In order to 
implement this requirement the county road administra- 
tion board has acted to coordinate the activities of the 
county engineers, the state patrol and the planning and 
traffic sections of the department of highways. Each 
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county engineer is now requested to cooperate in this ef- 
fort by following the procedure outlined below. 


[Order 5, § 136-28-010, filed 4/23/68.] 


WAC 136-28-020 Procedure. The state patrol col- 
lects accident reports from all law enforcement agencies 
and receives accident reports from individual drivers. 
Periodically, the state patrol will send or deliver to the 
county engineer's office in each county reports concern- 
ing accidents occurring on county roads in that county. 

The county engineer will analyze each report and 
mark in large red numbers across the upper left corner 
of the report the county number, the county road num- 
ber according to the county's latest state road log, and 
the milepoint at which the accident occurred. 

The coded reports will be returned as quickly as pos- 
sible to the state patrol in accordance with a schedule to 
be determined between the engineer and the patrol at 
local level. 


[Order 5, § 136-28-020, filed 4/23/68.] 


WAC 136-28-030 Coding detail. (1) The county 
number shall be that particular number assigned to each 
county by the department of highways for county iden- 
tification purposes. 

(2) The county road number shall be that particular 
number assigned to each county road according to the 
county's latest state road log. No local names or num- 
bers or FAS numbers shall be used in coding. 

(3) The milepoint shall be determined as accurately as 
practicable from a comparison of information on the ac- 
cident report with the latest state road log. 

(4) Accidents related to an intersection with a state 
highway should normally be coded by the state, not by 
the county. 

(5) Accidents at the intersection of any two county 
roads shall be coded to that road having the lowest 
county road number according to the county's latest 
state road log and to the appropriate milepoint on that 
road, 

(6) Accidents on roads and/or intersections with dual 
city—-county responsibilities shall be coded in general ac- 
cordance with the procedures outlined herein based on a 
mutual understanding between the several jurisdictions 
involved. 


[Order 5, § 136-28--030, filed 4/23/68.] 


Chapter 136-32 WAC 
STANDARD OF GOOD PRACTICE--WORK 
PERFORMED FOR OTHER PUBLIC AGENCIES BY 
THE COUNTY ROAD DEPARTMENT 


WAC 

136-32-010 Purpose. 

136-32-020 Procedure—Public agencies. 
136-32-030 Procedure—Interdepartmental. 
136-32-040 Records, 


WAC 136-32-010 Purpose. A county road depart- 
ment may perform work for other public agencies and 
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for other county departments only as authorized by stat- 
ute. The term public agency, shall include all municipal 
corporations and all subdivisions of government for 
which a county road department may legally perform 
services. Complete written documentation of all road 
fund expenditures on behalf of other public agencies and 
county departments, whether reimbursable or not, is 
necessary in order to meet statutory and audit require- 
ments. 


[Order 15, § 136-32~010, filed 7/30/70; Order 7, § 136-32-010, filed 
6/12/68.] 


WAC 136-32-020 Procedure——Public agencies. An 
appropriate written agreement approved by the legisla- 
tive body of both the county and the requesting agency 
shall precede any work by the county road department 
for the agency. The terms of such agreement shall sat- 
isfy the requirements of RCW 35.77.020 et. seq., 36.75- 
.200 et. seq., chapter 39.34 RCW and/or any other 
appropriate legislative requirement. Such agreement 
may be for a specific item of work and/or any work 
during a specific period of time, or it may be a general 
agreement for a long time period to be supplemented by 
individual requests for specific items of work. 


[Order 15, § 136-32-020, filed 7/30/70; Order 7, § 136-32-020, filed 
6/12/68.] 


WAC 136-32-030 Procedure——Interdepartmental. 
All work to be performed by the county road department 
for other departments of the county shall be done in ac- 
cordance with the policy of the county legislative au- 
thority regarding approval of work for other public 
agencies and county departments as required under 
WAC 136-10-050(4). 


{Statutory Authority: Chapter 36.78 RCW. 79-01-097 (Order 34), § 
136-32-030, filed 1/3/79; Order 7, § 136-32-030, filed 6/12/68.] 


WAC 136-32-040 Records. The county engineer 
shall maintain appropriate records of all agreements for 
work requested by other public agencies and of all ap- 
proved interdepartmental requests. He shall keep com- 
plete fiscal records of all such work in the same manner 
as prescribed for normal road department activity. 


[Order 7, § 136-32-040, filed 6/12/68.] 


Chapter 136-36 WAC 


STANDARD OF GOOD PRACTICE--RIGHTS OF 
WAY ACQUISITIONS 


WAC 

136--36-010 Purpose. 

136—-36—-020 Type of conveyance, 
136-36-030 Supplemental agreement. 
136-36-040 Recording and filing. 


WAC 136-36-010 Purpose. The boards of county 
commissioners have the statutory authority to acquire 
lands for county road purposes as granted by RCW 36- 
.75,040 and 36.85.010. Whenever such acquisition is by 
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other than outright gift or condemnation, certain mini- 
mum requirements of documentation set forth herein 
shall apply. 


[Order 8, § 136-36-010, filed 6/12/68.] 


WAC 136-36-020 Type of conveyance. Whenever a 
county obtains land for county road purposes, the acqui- 
sition of property shall be by written dedication deed or 
agreement or by written easement. 


[Order 8, § 136-36-020, filed 6/12/68.] 


WAC 136-36-030 Supplemental agreement. When- 
ever the county's consideration in. such a transaction in- 
volves other than strictly monetary arrangements, the 
details of such other considerations shall be set forth in a 
written dedication deed or agreement or in a written 
supplemental agreement signed by the owner and on be- 
half of the county, by the board or its authorized repre- 
sentative. 


[Order 8, § 136-36-030, filed 6/12/68.] 


WAC 136-36-040 Recording and filing. All convey- 
ances or instruments for county road rights of way or for 
other proper county road purposes shall be recorded im- 
mediately with the county auditor. All supplemental 
agreements shall be filed with the appropriate road re- 
cords by the county road engineer. 


[Order 8, § 136-36—-040, filed 6/12/68.] 


Chapter 136-40 WAC 


STANDARDS OF GOOD PRACTICE-- 
ACCOMMODATION OF UTILITIES ON COUNTY 


ROADS 

WAC 

136—40-010 Purpose. 

136-40-020 Application, 

136-40-030 Definition of terms. 

136-40-040 General considerations—Location. 

136-40-044 General considerations—Location standards. 

136—40—048 General considerations—Road purpose utilities. 

136-40-052 Genera] considerations—Accommodation where prior 
right. 

136-40~-100 Design of facilities—Responsibility. 

136—40-104 Design of facilities—Planning. 

136—40-108 Design of facilities—Standards. 

136-40-112 Design of facilities—A ppearance. 

136-40-116 Design of facilities—Materials. 

136—40--120 Design of facilities—-Power and communication 
codes. 

136—40—-124 Design of facilities—Water line codes. 

136—40-128 Design of facilities—Pressure pipeline codes. 

136-40—-132 Design of facilities—Sewer line codes. 

136-40-136 Design of facilities—Drainage facility codes. 

136-40-140 Design of facilities—Utility tunnel or bridge. 

136-40—200 Construction permits and franchises—General. 

136—40—204 Construction permits and franchises—A pplication 
requirements. 

136-40—208 Construction permits and franchises—Permit 
requirements. 

136~40-212 Construction permits and franchises—Environmental 
protection. 

136—40-300 Pipelines—Location. 

136—40-304 Pipelines—Installation. 
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136—40-308 Pipelines—Cover. 

136-40-312 Pipelines—Encasement. 

136—40-316 Pipelines—Uncased carriers. 

136-40-320 Pipelines—Appurtenances. 

136—40-324 Pipelines—Adjustment of existing facilities. 

136-40—400 Overhead power and communication lines—Type of 
construction. 

136-40-404 Overhead power and communication lines—Vertical 

: clearance. 

136-400-408 Overhead power and communication lines—Horizon- 
tal clearance. 

136-40—412 Overhead power and communication lines—Irregular 
right of way. 

136-40-416 Overhead power and communication lines—Aesthetic 
considerations. 

136-—40-500 Underground power and communication lines— 
General. 

136—40-504 Underground power and communication lines— 
Design. 

1 36-40-508 Underground power and communication lines— 
Manholes. 

13640-512 Underground power and communication lines—Sce- 
nic areas. 

136-40-600 Installations on bridges—General. 

136—40-604 Installations on bridges—Location. 

136—40-608 Installations on bridges—Clearance. 

136-40-612 Installations on bridges—Mounting. 

136-40-616 Installations on bridges—Power and communication 
lines. 

136-40-620 Installations on bridges—Beyond abutments. 

136-40-624 Installations on bridges—Responsibility. 

136-40-700 All utilities—Drainage. 

136-40-704 All utilities—Restoration. 

136-40-708 All utilities—Vegetation. 

136—40-712 All utilities—Debris. 

136-40-800 Public safety—Traffic control. 

136—40-804 Public safety—Open excavation. 

136-40-808 Public safety—-Maintenance. 

136-40-812 Public safety—-Emergencies. 


WAC 136-40-010 Purpose. The department of 
transportation, Federal Highway Administration re- 
quires that all states and their local subdivisions develop 
and adopt a policy on accommodation of utilities on road 
rights of way which are part of the FAS system. Such a 
policy is a prerequisite to allocation of federal highway 
funds to county road projects. It is advisable that such a 
policy be made applicable to all county roads. 

The policy contained herein has been approved by 
federal and state agencies as meeting all mandatory re- 
quirements. It may be adopted by reference. It will be 
applicable only in those counties where it is adopted by 
resolution of the board of county commissioners and 
only under conditions stated in said resolution. 


[Order 18, § 136-40-010, filed 7/22/71.] 


WAC 136-40-020 Application. This policy shall ap- 
ply to all franchises and permits issued, pursuant to 
RCW 80.32.010, 80.36.040 and chapter 36.55 RCW, to 
all public and private utilities including but not limited 
to electric power, telephone, telegraph, water, gas, oil, 
petroleum products, steam, chemicals, sewage, drainage, 
irrigation and similar lines that are to be located, ad- 
justed or relocated within the rights of way of county 
roads. 

Nothing in this policy shall be construed as limiting 
the rights of the county to impose restrictions or re- 
quirements in addition to and/or deviations from those 
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stated herein in any franchise or permit where the 
county deems it advisable to do so. 


[Order 18, § 136-40-020, filed 7/22/71.] 


WAC 136-40-030 Definition of terms. Unless 
otherwise stated, words and phrases used herein shall 
have the following meaning: 

(1) Backfill — replacement of soil around and over a 
buried facility. 

(2) Carrier — pipe directly enclosing a transmitted 
fluid (liquid or gas). 

(3) Casing — a larger pipe enclosing a carrier. 

(4) Coating — material applied to or wrapped around 
a pipe. 

(5) Conduit or duct — an enclosed tubular runway for 
protecting wires or cables. 

(6) Construction permit — document required prior to 
construction of a facility on a right of way. 

(7) Cover — depth of top of pipe below grade of road 
or ditch. 

(8) Drain — appurtenance to discharge accumulated 
liquid contaminants from casings or other enclosures. 

(9) Encasement — structural element surrounding a 
pipe. 

(10) Franchise — occupancy and use document re- 
quired for occupancy of road rights of way in accord- 
ance with chapters 36.55 and 80.32 RCW. 

(11) Gallery — an underpass for two or more pipelines. 

(12) Grounded — connected to earth or to some ex- 
tended conducting body which serves as a ground instead 
of the earth. 

(13) Manhole — an opening in an underground system 
into which workmen or others may enter for the purpose 
of making installations, inspections, repairs, connections, 
and tests. 

(14) Normal — crossing at a right angle to the road. 

(15) Overcrossing — a grade separation where the 
subject road passes over an intersecting road or railroad. 

(16) Pipe — a tubular product made as a production 
item for sale as such. 

(17) Pressure — relative internal pressure in psig 
(pounds per square inch gage). 

(18) Private lines — privately owned facilities which 
convey or transmit commodities but are devoted exclu- 
sively to the use of the owner. 

(19) Rest area ~ a roadside area with parking facili- 
ties provided for motorists to stop and rest. It may in- 
clude drinking water, toilets, tables and benches, 
telephones, information, and other facilities for travelers. 

(20) Restoration — a general term denoting replacing, 
repairing or otherwise restoring the right of way to the 
same or equal conditions as before any change or con- 
struction thereon. 

(21) Right of way — a general term denoting land, 
property, or interest therein, usually in a strip, acquired 
for or devoted to highway transportation purposes. 

(22) Road — a general term denoting a street, road or 
public way including shoulders for purposes of vehicular 
travel. 

(23) Roadside — a general term denoting the area ad- 
joining the outer edge of the road. 
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(24) Roadway structure — the combination of subbase, 
base course, and surface course placed on a subgrade to 
support the traffic load and distribute it to the roadbed. 

(25) Slab, floating — slab between but not contacting 
pipe or pavement. 

(26) Standard specifications for road and bridge con- 
struction — the latest compilation of standard require- 
ments for road and bridge construction issued by the 
Washington state highway commission and/or APWA. 

(27) Traffic control — those provisions necessary to 
safeguard the public during construction and mainte- 
nance activities. 

(28) Trenched —- installed in a narrow open 
excavation. 

(29) True line and grade — a line reasonably free from 
variation on both horizontal and vertical alignment. 

(30) Untrenched — installed without breaking ground 
or pavement surface, such as by jacking or boring. 

(31) Vent — appurtenance to ventilate casings. 

(32) Viewpoint — a roadside area provided for motor- 
ists to stop their vehicles beyond the shoulder, primarily 
for viewing the scenery in safety. 


[Order 18, § 136-40~-030, filed 7/22/71.] 


WAC 136-40-040 General considerations——Loca- 
tion. The county may restrict the number of utility serv- 
ice crossings. The utility companies shall make adequate 
studies to anticipate their present and future needs to 
determine if several crossings can be combined to make 
the use of a utility tunnel or bridge feasible. 

Utility installations should be located to minimize 
need for later adjustment to accommodate future road 
improvements and to permit access for servicing such 
facilities with minimum interference to traffic. 

In all cases, full consideration shall be given to aes- 
thetics, sound engineering principles, and overall eco- 
nomic aspects. 


[Order 18, § 136-40-040, filed 7/22/71.] 


WAC 136-40-044 General considerations——Loca- 
tion standards. All utility locations are to be subject to 
the following: 

(1) Longitudinal installations should be located on a 
uniform alignment and grade so as to provide a safe en- 
vironment for traffic operation and preserve space for 
future road improvements or other utility installations. 
Consideration should be given to placing the utility, par- 
ticularly above ground installations, as near to the right 
of way line as practical. 

(2) Utility line crossings of the road shall be normal 
to the road centerline to the extent feasible and practi- 
cal. Crossings should be made on a true line and grade. 

(3) The vertical location of underground utility lines 
shall be in accordance with the currently applicable de- 
sign standards for utilities. The vertical clearance of 
overhead facilities shall be consistent with the clearance 
as provided in WAC 136—40-404. 


[Order 18, § 136-40-044, filed 7/22/71] 
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WAC 136-40-048 General considerations—-Road 
purpose utilities. Utility installations that are needed for 
a road purpose, such as for continuous lighting or traffic 
signals are to be located and designated in accordance 
with the requirements of this policy including sections 
—416 and —512 [WAC 136-40-416 and 136—40-512]. 


[Order 18, § 136-40-048, filed 7/22/71.] 


WAC 136-40-052 General considerations--Accom- 
modation where prior right. Where the utility facilities 
are to be adjusted to accommodate road construction 
and the utility has a prior property right in its location, 
the county and the utility may enter into a common use 
agreement providing for joint occupancy of right of way 
consistent with the requirements of each party. 


[Order 18, § 136-40-052, filed 7/22/71.] 


WAC 136-400-100 Design of facilities--Responsi- 
bility. The utility company shall be responsible for the 
design of the utility facility. The county engineer shall 
review the utility's plans with respect to location and the 
manner in which the utility facility is to be installed and 
measures to be taken to preserve safe and free flow of 
traffic, structural integrity of the roadway structure, 
ease of the road maintenance, appearance of the road 
and the integrity of the utility facility. 


[Order 18, § 136-40-100, filed 7/22/71.] 


WAC 136-40-104 Design of facilities—Planning. 
On new installations or adjustment of existing utility 
lines, provision should be made for known or planned 
expansion of the utility facilities, particularly those lo- 
cated underground or attached to bridges. They should 
be planned so as to minimize hazards and interference 
with traffic when additional overhead or underground 
lines are installed at some future date. 


[Order 18, § 136-40-104, filed 7/22/71.] 


WAC 136-40-108 Design of facilities--Standards. 
Government or industry codes required by law or regu- 
lation shall be followed in addition to rules and regula- 
tions referred to herein. This shall include any road 
design standards which the county shall deem necessary 
to provide adequate protection to the road, its safe oper- 
ation, appearance and maintenance. 


[Order 18, § 136-40-108, filed 7/22/71.] 


WAC 136-40-112 Design of facilities--Appearance. 
Ground mounted utility facilities should be of a design 
compatible with the visual quality of the specific road 
section being traversed. 


{Order 18, § 136-40-112, filed 7/22/71.] 


WAC 136-40-116 Design of facilities--Materials. 
All utility installations on, over, or under the right of 
way and attachments to bridges shall be of durable ma- 
terial designed for long service life expectancy and rela- 
tively free from routine servicing and maintenance. 


[Order 18, § 136-40-116, filed 7/22/71.] 
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WAC 136-40-120 Design of facilities--Power and 
communication codes. Electric power and communica- 
tion facilities shall conform with the currently applicable 
Washington state safety code, chapter 130, Laws of 
1913 and/or electrical construction code of the state of 
Washington. 


[Order 18, § 136-40-120, filed 7/22/71.] 


Reviser's note: Chapter 130, Laws of 1913 is codified, as amended, 
in chapter 19.29 RCW. 


WAC 136-40-124 Design of facilities--Water line 
codes. Water lines shall conform with the currently ap- 
plicable specifications of the American Water Works 
Association including but not limited to: 


AWWA C201 & ASTM A 120 
AWWA C203 
AWWA C205 
(2) Asbestos cement pipe AWWA C400 
(3) Reinforced concrete water pipe AWWA C300 
AWWA C301 
AWWA C302 
AWWA C106 
AWWA C108 
AWWA C111 
(5) Wrought iron water pipe ASTM A72 


[Order 18, § 136—-40—124, filed 7/22/71.] 


(1) Welded steel water pipe 


(4) Cast iron water pipe 


WAC 136-40-128 Design of facilities--Pressure 
pipeline codes. Pressure pipelines shall conform with the 
currently applicable sections of the standard code for 
pressure piping of the American National Standards In- 
stitute and applicable industry codes, including: 

(1) Power piping, ANSI B31.10 

(2) Petroleum refinery piping, ANSI B 31.3 

(3) Liquid petroleum, Federal Pipeline Safety Stand- 
ards (Part 195, of Title 49, Code of Federal 
Regulations) 

(4) Gas transmission and distribution, Federal Pipe- 
line Safety Standards (Part 192, Title 49, Code of Fed- 
eral Regulations) 

(5) Liquid petroleum pipelines shall conform with the 
currently applicable recommended practice of the 
American Petroleum Institute for Pipeline Crossings 
Under Railroad and Highways. (APIRP 1102.) 


[Order 18, § 136-40-128, filed 7/22/71.] 


WAC 136-40-132 Design of facilities--Sewer line 
codes. Sewer pipelines shall conform with the currently 
applicable standard specifications for road and bridge 
construction. 


[Order 18, § 136-40-132, filed 7/22/71.] 


WAC 136-40-136 Design of facilities--Drainage 
facility codes. Drainage pipelines shall conform with the 
currently applicable standard specifications for road and 
bridge construction. 


[Order 18, § 136-40-136, filed 7/22/71.] 


WAC 136-40-140 Design of facilities—-Utility tun- 
nel or bridge. The utility tunnel or bridge shall comply in 
appearance, location, cover, earthwork and markers with 
the standards as set in the currently applicable standard 
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specifications for road and bridge construction. In a 
combined tunnel or bridge, consideration shall be given 
to the necessity of isolating mutually hazardous trans- 
mittants such as fuels and electric energy by compart- 
mentizing or by auxiliary encasement of incompatible 
carriers. 


[Order 18, § 136-40-140, filed 7/22/71.] 


WAC 136-40-200 Construction permits and fran- 
chises~-General. A permit or franchise shall be required 
for occupancy of road right of way by utility facilities, 
including private lines. No facility shall be used for 
other than the purpose stated in the permit or franchise 
unless written approval is granted by the county. 


[Order 18, § 136-40-200, filed 7/22/71.] 


WAC 136-40-204 Construction permits and fran- 
chises--Application requirements. All permit applica- 
tions shall: 

(1) Generally describe the facilities to be installed as 
to size, type, nature and extent. 

(2) Contain adequate exhibits as required by the per- 
mit application. 

(3) Contain a summarization of the effects the instal- 
lation will have on the aesthetics of the right of way and 
visible natural features. 


[Order 18, § 136-40-204, filed 7/22/71,] 


WAC 136-40-208 Construction permits and fran- 
chises—-Permit requirements. All permits shall: 

(1) Incorporate all pertinent provisions of this policy 
as to location, construction, traffic protection, mainte- 
nance, access restriction, preservation of aesthetic quali- 
ties, and such special conditions as the county may deem 
appropriate. , 

(2) Specify the extent of liability and responsibilities 
associated with future adjustment of the utility facilities 
to accommodate road improvements. 

(3) Specify the effect of noncompliance with the con- 
ditions thereof. 


{Order 18, § 136-40-208, filed 7/22/71.] 


WAC 136-40-212 Construction permits and fran- 
chises--Environmental protection. No permit shall give 
the holder, any agent or contractor of the holder any 
right to cut, spray, retard, remove or in any other way 
modify the physical conditions of any vegetative material 
or natural feature on the right of way without the con- 
sent and approval of the county engineer. 


[Order 18, § 136-40-212, filed 7/22/71.] 


WAC 136-40-300 Pipelines-—Location. (1) For all 
crossings, the angle of crossing should be based on eco- 
nomic considerations of practical alternates. The cross- 
ings should be as near normal to the road centerline as 
practical. 

(2) Pipeline crossings should avoid deep cuts, footings 
of bridges and retaining walls, wet or rocky terrain or 
locations where drainage would be affected. 
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(3) Longitudinal installations, other than in congested 
or limited areas, shall parallel the road. 

(4) All locations shall be reviewed and approved by 
the county engineer to assure the proposed utility instal- 
lation will not interfere with existing or planned road 
facilities or impair road maintenance and operation. ` 

(5) Pipelines and/or casing pipes shall be designed to 
withstand heavier than legal weights, including extra— 
legal weights operating under permit, and the loads of 
construction and earth moving equipment imposed dur- 
ing construction. 


[Order 18, § 136-40-300, filed 7/22/71] 


WAC 136-40-304  Pipelines—-Installation. Pipeline 
installations shall insure safety of traffic and preserva- 
tion of the roadway structure, and required construction 
shall be in accordance with the following controls: 
= (1) Trenched construction and backfill: 

(a) Trenches shall be cut to have vertical faces, where 
soil and depth condition permit, with a maximum width 
of outside diameter of pipe plus 2 feet. Shoring shall 
comply with the department of labor and industries 
safety code for construction and/or as directed by the 
county engineer. 

(b) Security of the pipe against deformation likely to 
cause leakage. 

(c) Assurance against the trench becoming a drainage 
channel or against drainage being blocked by the 
backfill. 

(d) Backfill in a manner assuring restoration of the 
structural integrity of the roadway structure. 

(e) Shall be done in accordance with permit instruc- 
tions which in general shall comply with the county road 
construction standards. 

(2) Untrenched construction may be required for 
pipelines crossing roads paved with asphaltic concrete or 
cement concrete and for roads paved with bituminous 
surface treatment if traffic volume warrants. 

(a) The length of untrenched construction shall extend 
a minimum of 4 feet from edge of pavement or greater if 
specified by the engineer, except that 2 foot minimum 
may be permitted by the county engineer for service 
connections where conditions warrant. 

(b) Pipelines installed under a road without disturbing 
the surface shall be made using a technique approved by 
the county engineer. 

(c) Overbreaks, unused holes, or abandoned casings 
shall be backfilled as directed by the county engineer. 


[Order 18, § 136-40-304, filed 7/22/71.] 


WAC 136-40-308 Pipelines--Cover. (1) The grade 
of the top of the pipe within the right of way shall com- 
ply with the applicable design standards for underground 
utility location but should not be less than 30 inches be- 
low the pavement surface, except that 24 inch cover may 
be permitted where the pipe is laid in consolidated rock 
and except that lesser cover may be permitted for service 
connections. 
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(2) Where less than minimum cover is made necessary 
to avoid obstacles, the pipe should either be rerouted or 
protected with a casing, concrete slab or other appropri- 
ate measures acceptable to the county engineer. 

(3) Cover for pipelines carrying transmittants which 
are flammable, corrosive, expansive, energized, or unsta- 
ble shall not be reduced below safety limits as specified 
in the appropriate industry standards and specifications. 


[Order 18, § 136-40-308, filed 7/22/71.] 


WAC 136-40-312 Pipelines--Encasement. (1) Cas- 
ings shall be required for the following conditions: 

(a) Pipeline crossings where casing is required by ap- 
propriate industry code or special conditions. 

(2) Casings may be required where not covered by in- 
dustry codes for the following conditions: 

(a) As an expediency in the insertion, removal, re- 
placement or maintenance of carrier pipe crossings of 
locations where it is necessary in order to avoid open 
trench construction. 

(b) As protection for carrier pipe from external loads 
or shock, either during or after construction of the road. 

(c) As a means of conveying leaking fluids or gases 
away from the area directly beneath the traveled way to 
point of venting at or near the right of way line or to a 
point of drainage in the road ditch or a natural drainage 
way. 

(d) Jacked or bored installations of coated carrier 
pipes, except where assurance is provided the county en- 
gineer that there will be no damage to the protective 
coating. 

(3) Casing pipes shall extend beyond the toe of fill 
slopes, back of ditch line, or outside of curb an adequate 
distance to protect the roadway. 

(4) Casing pipes shall be designed to support the load 
of the road and superimposed loads thereon and, as a 
minimum, shall equal the structural requirements for 
road drainage facilities. Casings should be composed of 
materials of sufficient durability to withstand any condi- 
tions to which they may normally be exposed. 


[Order 18, § 136-40-312, filed 7/22/71.] 


WAC 136-40-316 Pipelines--Uncased carriers. (1) 
The carrier pipe shall conform to the material and de- 
sign requirements of the utility industry and government 
codes and specifications. 

(2) The carrier pipe shall be designed to support the 
load of the road plus superimposed loads thereon when 
the pipe is operated under all ranges of pressure from 
maximum internal to zero pressures. 

(3) Suitable bridging, concrete slabs, or other appro- 
priate measures as approved by the county engineer shall 
be used to protect existing carrier pipes which by reason 
of shallow bury or location makes them vulnerable to 
damage from road construction or maintenance 
operations. 

(4) Existing carrier pipelines may remain in place 
without further protective measures if they are of ade- 
quate depth and do not conflict with road construction 
or maintenance and provided the county engineer and 


(1986 Ed.) 


136-406-400 


the utility officials agree that the lines are, and will re- 
main, structurally sound and operationally safe. 


[Order 18, § 136-40-316, filed 7/22/71.] 


WAC 136-460-320 Pipelines--Appurtenances. (1) 
Vents may be required for casings, tunnels and galleries 
enclosing carriers of fuel. When required by industry 
codes, vent standpipes should be located and constructed 
so as not to interfere with maintenance of the road nor 
to be concealed by vegetation; preferably they should 
stand by a fence or on the right of way line. 

(2) Drains shall be required for casings, tunnels, or 
galleries enclosing carriers of liquid, liquified gas or 
heavy gas. Drains may outfall into the road ditch or 
natural water course at locations approved by the county 
engineer. The outfall should not be used as a wasteway 
for purging the carrier unless specifically authorized by 
the county engineer and appropriate state agencies. 

(3) Marker locations and emergency information shall 
be conspicuously marked for all transmission lines car- 
rying transmittants which are flammable, corrosive, ex- 
pansive, energized or unstable, using color if necessary 
to contrast with the environment. They generally should 
be provided at one end of a normal crossing, at both 
ends of an oblique crossing and at 500 foot intervals 
along a longitudinal installation. Markers shall include 
pipeline identification and station; owner of the pipeline; 
and telephone number or other means of contact with a 
local office. Markers may also include cover, size, pres- 
sure and contents of carrier, and potential of ducted 
wires and cables. Other pipelines shall be similarly iden- 
tified when required by the county engineer. 

(4) Manholes should be designed and located in a 
manner that will cause the least interference to other 
utilities or future road expansion. Where practicable, in- 
stallations in the pavement or shoulders, particularly at 
intersections, should be avoided. 

(5) Shut-off valves should be installed in the line at or 
near ends of structures and or near unusual hazards, 
unless the hazardous segments can be isolated by other 
sectionalizing devices within a reasonable distance. 


[Order 18, § 136-40—320, filed 7/22/71.] 


WAC 136-40-324 Pipelines--Adjustment of exist- 
ing facilities. (1) Notwithstanding reinforcement or pro- 
tection otherwise provided, the road construction or 
utility construction contractor shall be responsible for 
the security of each existing pipeline and utility within 
the construction zone. Where there are unusual utility 
hazards or where heavy construction equipment will be 
used, the contractor shall provide adequate temporary 
protection. In replacing the roadway, the design should 
give due consideration to the protection of previously 
existing utilities in the roadway section without sacrific- 
ing the geometrics of roadway design. 


[Order 18, § 136—40-324, filed 7/22/71.] 


WAC 136-40-400 Overhead power and communica- 
tion lines--Type of construction. Single pole construction 
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and joint use of the pole is generally desirable and 
should be used whenever feasible. 


[Order 18, § 136-40-400, filed 7/22/71.] 


WAC 136-40-404 Overhead power and communica- 
tion lines—-Vertical clearance. The vertical clearance for 
overhead power and communication lines above the road 
and the lateral and vertical clearance from bridges shall 
conform with the state department of labor and indus- 
tries "electrical construction code," and as shown below: 


Lines Crossing 


Type of Utility Line Roadways Longitudinal 


Communications 18' 14' 
Electrical 
0-750 Volts 18' 15' 
751 — 15,000 Volts 20 18 
15,000 — 50,000 Volts 22 20 


(1) The minimum height of a road crossing shall be 
measured from the lowest portion of the line crossing the 
road. 

(2) The minimum height of longitudinal lines shall be 
measured from the ground line. 

(3) All clearances shall be at state electrical construc- 
tion code temperature and loading standards, and com- 
ply with all other requirements of this code. 


[Order 18, § 136-40-404, filed 7/22/71.] 


WAC 136-40-408 Overhead power and communica- 
tion lines--Horizontal clearance. (1) Roadsides should 
be as free as practicable from physical obstructions. 
Poles or other ground mounted facilities should be lo- 
cated as far from the pavement edge as practicable and 
shall not be closer to the traveled way than existing nat- 
ural or physical obstructions where the safety of the 
highway user would be adversely affected by the 
location. 

(2) Guy wires to ground anchors and stub poles 
should not be placed between a pole and the traveled 
way unless approved by the county engineer. 


[Order 18, § 136-40—-408, filed 7/22/71.] 


WAC 136-40-412 Overhead power and communica- 
tion lines--Irregular right of way. Where irregular 
shaped portions of the right of way extend beyond the 
normal right of way limits, variances in the location 
from the right of way line should be allowed as neces- 
sary to maintain a reasonably uniform alignment for 
longitudinal overhead and underground installations. 


[Order 18, § 136—-40-412, filed 7/22/71.] 


WAC 136-40-416 Overhead power and communica- 
tion lines--Aesthetic considerations. (1) No new instal- 
lation of overhead communication or power lines shall be 
permitted within areas of scenic beauty or on rights of 
way through or adjacent to scenic strips, viewpoints, rest 
areas, recreation areas, public parks, or historic sites, 
except as provided in section (2) below. 

(2) Overhead installations of electric power lines and 
communication lines may be permitted in those areas 
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listed in section (1) above only when the following con- 
ditions exist concurrently: 

(a) Where other utility locations are not available or 
are unusually difficult and unreasonably costly, or are 
more undesirable from the standpoint of visual quality. 

(b) Where the placing of the utility underground is 
not technically feasible or is unreasonably costly. 

(c) Where the proposed installation can be made at a 
location and will employ suitable designs and materials 
which give adequate attention to the visual qualities of 
the area being traversed. 

(3) All utility installations shall be designed and con- 
structed to minimize any adverse effect on existing 
roadside vegetation and other natural or man made 
amenities. í 


[Order 18, § 136-40-416, filed 7/22/71.] 


WAC 136-40-500 Underground power and commu- 
nication lines--General. The general controls relative to 
pipelines shall apply to underground installations of 
power and communication lines. Conventional plowed in 
installation of electric power and communication cable 
will be permitted when specifically approved by the 
county engineer. 


[Order 18, § 136-40-500, filed 7/22/71.] 


WAC 136-40-504 Underground power and commu- 
nication lines--Design. The design of underground in- 
stallations should reflect consideration of possible future 
road and/or utility enlargement. 


[Order 18, § 136-40-504, filed 7/22/71.] 


WAC 136-40-508 Underground power and commu- 
nication lines--Manholes. Manholes shall be designed 
and located in such a manner that will cause the least 
interference to other utilities and future road expansion. 


[Order 18, § 136-40--508, filed 7/22/71.] 


WAC 136-40-512 Underground power and commu- 
nication lines--Scenic areas. New underground utility 
installations may be permitted in scenic strips and over- 
looks where they will not require extensive removal or 
alteration of trees visible to the road user or impair the 
visual quality of the lands being traversed. 


[Order 18, § 136-40-512, filed 7/22/71.] 


WAC 136-40-600 Installations on bridges--Gen- 
eral. Attachment of utility lines to a bridge may be al- 
lowed where such attachment conforms to sound 
engineering considerations for preserving the road, its 
safe operation, maintenance and appearance. 

Each proposed attachment should be considered on its 
individual merits and separately designed so as to be 
compatible with the appearance of the bridge. In the de- 
sign of new structures consideration should be given to 
provision of internal utility carriers to accommodate 
present and potential utility installations. 

Attachment of a utility should not be considered un- 
less the bridge in question is of a design that is adequate 
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to support the additional load and to accommodate the 
utility facility without compromise of road features. 


[Order 18, § 136-40-600, filed 7/22/71.] 


WAC 136-40-604 Installations on bridges--Loca- 
tion. Generally, utility attachments should be beneath 
the bridge floor, between the girders or beams or within 
a cell and at an elevation above low superstructure steel 
or masonry. Attachment to the outside of a bridge 
should be avoided where there are reasonable 
alternatives. 

Utility location on a bridge which would inhibit access 
to any structural part for painting, repair or mainte- 
nance should not be allowed. Manholes for utility access 
should not be allowed in the bridge deck on overcross- 
ings. 


[Order 18, § 136-40-604, filed 7/22/71.] 


WAC 136-40-608 Installations on bridges—-Clear- 
ance. The utility attachment shall not effectively reduce 
the clearance of the bridge where such clearance is crit- 
ical. 


[Order 18, § 136-40-608, filed 7/22/71.] 


WAC 136-40-612 Installations on _ bridges—— 
Mounting. Acceptable utility attachment methods are 
hangers and/or roller assemblies suspended from inserts 
in the underside of the bridge floor or from hanger rods 
clamped to the flange of some substructure member or 
as otherwise specified or approved by the county 
engineer. 

Utility mountings should be of a type which will not 
create noise resulting from vibration. 


[Order 18, § 136-40-612, filed 7/22/71.] 


WAC 136-40-616 Installations on bridges-~Power 
and communication lines. Communication and electric 
power line attachments shall be suitably insulated, 
grounded, and should be carried in protective conduit or 
pipe from point of exit from ground to reentry. The ca- 
ble shall be carried beyond the backwall of the bridge. 


[Order 18, § 136-40-616, filed 7/22/71.] 


WAC 136-40-620 Installations on bridges--Beyond 
abutments. The hole created in the bridge abutment 
shall be of the minimum size necessary to accommodate 
the utility line. The hole shall be sealed to prevent any 
leakage of water or backfill material. 

The utility line back of the bridge abutment should 
curve or angle out to align outside the road area in as 
short a distance as is operationally practicable. 


[Order 18, § 136-40-620, filed 7/22/71.] 
WAC 136-40-624 Installations on bridges--Re- 
sponsibility. The utility shall be responsible for any res- 


toration or repair of any portion of bridge or road 
disturbed by the utility installation or use. 


[Order 18, § 136-40-624, filed 7/22/71.] 
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WAC 136-40-700 All utilities--Drainage. Care 
shall be taken in utility installations to avoid disturbing 
existing drainage facilities. Underground utility facilities 
should be backfilled with pervious material and outlets 
provided for entrapped water. Underdrains shall be pro- 
vided where necessary. 


[Order 18, § 136-40-700, filed 7/22/71.] 


WAC 136-40-704 All utilities--Restoration. The 
size of the disturbed area shall be kept to a minimum. 
Restoration methods shall be in accordance with the 
specifications and/or special provisions of the construc- 
tion permit. Unsatisfactory restoration work shall be 
promptly redone by the utility. If not, the work may be 
redone by the county and billed to the utility. 


[Order 18, § 136—40-704, filed 7/22/71.] 


WAC 136-40-708 All utilities--Vegetation. The in- 
discriminate cutting of trees or disfiguring of any feature 
of scenic value shall not be permitted. The utility shall 
repair or replace in kind any tree or shrub removed or 
disfigured when such is not necessary for the utility 
installation. 

If chemical sprays are used to kill weeds and brush, 
they shall comply with currently applicable federal and 
state regulations. 


[Order 18, § 136-40-708, filed 7/22/71.] 


WAC 136-40-712 All utilities--Debris. Refuse and 
debris shall be disposed of to the satisfaction of the 
county engineer. 


[Order 18, § 136-40-712, filed 7/22/71.] 


WAC 136-40-800 Public safety--Traffic control. 
Traffic controls including detours for utility construction 
and maintenance shall conform with the currently appli- 
cable "manual on uniform traffic control devices for 
streets and highways" and/or "manual for emergency 
traffic control for protection of men and equipment." 
The utility shall confine its operations as much as possi- 
ble to the nontraveled portion of the right of way and all 
construction and maintenance activities shall be planned 
to keep interference with traffic to an absolute mini- 
mum. On heavily traveled roads, operations interfering 
with traffic shall not be allowed during periods of peak 
traffic flow. Work shall be planned so that closure of in- 
tersecting streets, road approaches or other access points 
is held to a minimum. 


[Order 18, § 136-40-800, filed 7/22/71.] 


WAC 136-40-804 Public safety--Open excavation. 
Adequate provisions shall be made to safeguard any 
open excavation including barricades, lights, flagmen or 
other protective devices as may be necessary. 


[Order 18, § 136-40-804, filed 7/22/71.] 


WAC 136-40-808 Public safety--Maintenance. All 
utility facilities shall be kept in a good state of repair 
both structurally and from the standpoint of appearance. 


[Order 18, § 136-40-808, filed 7/22/71.] 
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WAC 136-40-812 Public safety--Emergencies. If 
emergency repairs are required to the right of way, such 
repairs shall be undertaken immediately and approval, 
as to the manner of final repair and restoration, secured 
during the next regular working day. 


[Order 18, § 136-40-812, filed 7/22/71.] 


Chapter 136-60 WAC 
MAINTENANCE OF COUNTY ROAD LOGS 


WAC 

136-60-010 Purpose. 

136-60-020 Definitions. 

136-60-030 Submittal of annual updates. 

136-60-040 Validation of annual updates, 

136-60-050 Validation requirements for control fields. 
136-60-060 Utilization of common computer data base. 


WAC 136-60-010 Purpose. Section 1(2) chapter 
120, Laws of 1985, provides that the county road ad- 
ministration board (CRABoard) shall maintain the 
county road log for the purpose of computing estimated 
county road replacement costs and estimated annual 
maintenance costs for county fuel tax allocations. It fur- 
ther provides that each county shall submit changes, 
corrections and deletions (i.e., "updates") to the 
CRABoard which in turn are subject to validation prior 
to inclusion in the road log maintained by the 
CRABoard. This WAC chapter describes the manner in 
which the CRABoard will administer this responsibility. 


[Statutory Authority: Chapter 36.78 RCW. 86-23-050 (Order 64—P), 
§ 136-60-010, filed 11/19/86.] 


WAC 136-60-020 Definitions. For purposes of im- 
plementing procedures for updating, validating and 
maintaining the county road log, the following defini- 
tions shall apply: 

(1) County road log — the listing, by county, of all 
roads under county jurisdiction including their descrip- 
tion, length, milepost identification, functional class, 
surface type, traffic volume, and other administrative 
and physical inventory items that may be included. 

(2) Computer data base (CDB) — the computer data 
base software by which the county road log data is up- 
dated and maintained by all counties and the 
CRABoard. 

(3) Updates — periodic changes to the county road log 
involving any or all of the included data elements 

(4) Control fields — those fields within the county road 
log for which all updates need to be verified by the 
CRABoard prior to inclusion in the master county road 
log. Control fields are only those utilized for the compu- 
tation of gas tax allocations in accordance with RCW 
46.68.120. 

(5) Master county road log — the combination of all 
county road logs as kept by the CRABoard containing 
all updates (including validation of control fields) as of 
July 1 of each year. 


[Statutory Authority: Chapter 36.78 RCW. 86-23-050 (Order 64-P), 
§ 136-60-020, filed 11/19/86.] 
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WAC 136-60-030 Submittal of annual updates. 
Each county shall be responsible for maintaining current 
information regarding its road log and, no later than 
May 1 of each year, submit an updated road log as of 
January 1 for its complete road system. This annual up- 
date must be on the computer—readable medium written 
in the computer data base program format as prescribed 
by the CRABoard. All updates involving changes in 
control fields must include supporting documentation as 
required in WAC 136-60-050. 


[Statutory Authority: Chapter 36.78 RCW. 86-23-050 (Order 64—P), 
§ 136-60-030, filed 11/19/86.] 


WAC 136-60-040 Validation of annual updates. All 
control field updates will be subject to review, approval 
and acceptance (i.e., "validation") by the CRABoard. 
This process will involve reviewing the submitted docu- 
mentation and conducting spot—checks as may be neces- 
sary. All such updates which are reviewed, approved and 
accepted by July 1 of each year will be entered into the 
master county road log. Noncontrol field updates will be 
entered into the master county road log file without re- 
view. The master county road log as of July 1 of each 
year will be utilized by the CRABoard for general in- 
formational purposes and, on each odd-numbered year, 
for computation of motor vehicle fuel tax allocations to 
the counties. 


{Statutory Authority: Chapter 36.78 RCW. 86-23-050 (Order 64—P), 
§ 136-60-040, filed 11/19/86.] 


WAC 136-60-050 Validation requirements for con- 
trol fields. Each update of a road log segment that in- 
volves a change in a control field (including additions or 
deletions of road segments) will be validated by the 
CRABoard. Documentation necessary to support the 
following control field changes is as follows: 

Functional class — notice of FHWA approval from 
WSDOT. 

Pavement type — statement signed by county engineer 
with list of pavement type changes. A suitable scale map 
showing the limits of the change(s) must also be 
included. 

Responsible agency — see requirements under "Addi- 
tion of mileage" and "Deletion of mileage". 

Addition of mileage — statement signed by county en- 
gineer describing the circumstances of the addition. For 
example, additions can occur through commissioner ap- 
proval of new plat, construction/reconstruction on new 
alignment, or a change in jurisdiction. Appropriate 
map(s) showing the changes must also be included. 

Deletion of mileage — statement signed by county en- 
gineer describing the circumstances of the deletion. For 
example, deletions can occur through vacations or a 
change in jurisdiction. Appropriate map(s) showing the 
changes must also be included. 

Traffic volume — statement signed by county engineer 
with list of segments affected by change in traffic vol- 
ume. A statement is required only if it involves road 
segments with urban classification and with an ACP or 
PCC surface type and it involves a volume change 
crossing the 5000 ADT value. 
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All maps furnished in support of control field changes 
will be forwarded by the CRABoard to WSDOT for fu- 
ture map base updates. 


[Statutory Authority: Chapter 36.78 RCW. 86-23-050 (Order 64-P), 
§ 136-60-050, filed 11/19/86.] 


WAC 136-60-060 Utilization of common computer 
data base. Each county shall utilize a common computer 
data base for the maintenance and updating of its 
county road log. This data base shall be prescribed by 
the CRABoard and each county shall be responsible for 
the purchase and installation of the requisite software on 
its own IBM or IBM-compatible microcomputer. 


[Statutory Authority: Chapter 36.78 RCW. 86-23-050 (Order 64—P), 
§ 136-60-060, filed 11/19/86.] 


Chapter 136-100 WAC 
ADMINISTRATION OF THE RURAL ARTERIAL 


PROGRAM 
WAC 
136-100-010 Purpose. 
136-100-020 Adoption of rules. 
136-100-030 Major collectors and minor collectors. 
136-100-040 Delegation of authority. 


WAC 136-100-010 Purpose. Section 19(5), chapter 
49, Laws of 1983 Ist ex. sess. (the act), provides that the 
county road administration board (CRABoard) shall 
administer the rural arterial program (RAP) established 
by chapter 36.79 RCW. This chapter describes the 
manner in which the CRABoard will implement the 
several provisions of the act. 


[Statutory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 
136-100-010, filed 7/30/84.] 


WAC 136-100-020 Adoption of rules. The 
CRABoard shall adopt rules in accordance with the 
provisions of the act for purposes of administering the 
RAP regarding the following: 

(1) Apportionment of rural arterial trust account 
(RATA) funds to regions. 

(2) RAP projects in the six year program. 

(3) Regional prioritization of RAP projects. 

(4) Preparation of RAP budget and program. 

(5) Eligibility for RATA funds. 

(6) Allocation of RATA funds to approved RAP 
projects. 

(7) CRAB/County contract. 

(8) Processing of vouchers. 

(9) Audit responsibilities. 

(10) Functional classification. 

(11) Design standards for RAP projects. 

(12) Matching requirements. 

(13) Joint county RAP/Rural UAB projects. 

(14) Emergent projects. 

(15) Reports to the legislature. 

(16) Other matters deemed necessary by the 
CRABoard. 
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[Statutory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 
136-100-020, filed 7/30/84.] 


WAC 136-100-030 Major collectors and minor col- 
lectors. The act specifies that rural arterials classified as 
major collectors and rural arterials classified as minor 
collectors shall be eligible for RATA funding. In devel- 
oping project priorities and in approving RAP projects 
the CRABoard shall prioritize all prospectus applica- 
tions to determine the priority rating of each proposed 
project in each region in relation to all other proposed 
projects in each region without regard to their classifi- 
cation as major and minor collectors. 


[Statutory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 
136-100-030, filed 7/30/84.] 


WAC 136-100-040 Delegation of authority. In or- 
der to assure effective and timely administration of the 
RAP, the CRABoard may delegate authority in specific 
matters to its director. Delegation may be relative to 
signing of contracts, approval of RAP project vouchers, 
approval of change of scope of a project and other mat- 
ters as may be determined by the CRABoard. 


[Statutory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 
136-100-040, filed 7/30/84.] 


Chapter 136-110 WAC 


APPORTIONMENT OF RURAL ARTERIAL TRUST 
ACCOUNT FUNDS TO REGIONS 


WAC 

136-110-010 Purpose. 

136-110-020 Computation of land area ratio. 
136-110-030 Computation of road mileage ratio. 
136-110-040 Apportionment percentages established. 
136-110-050 Apportionment to regions. 


WAC 136-110-010 Purpose. Sections 4 and 5, 
chapter 49, Laws of 1983 Ist ex. sess. provides that rural 
arterial trust account (RATA) funds available for ex- 
penditure by the CRABoard shall be apportioned to the 
five regions for expenditure upon county arterials in ru- 
ral areas in the following manner: 

(1) One-third in the ratio which the land area of the 
rural areas of each region bears to the total land area of 
all rural areas of the state; 

(2) Two-thirds in the ratio which the mileage of 
county major and minor collectors in rural areas of each 
region bears to the total mileage of county major and 
minor collectors in all rural areas of the state. 

This chapter describes how this statutory language will 
be implemented by the CRABoard. 


[Statutory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 
136-110-010, filed 7/30/84.] 


WAC 136-110-020 Computation of land area ratio. 
The rural land areas of each region, and the ratio which 
they bear to the total rural land area of the state are 
shown as follows: 
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RURAL % OF 

LAND AREA TOTAL RURAL 
REGION SQ. MILE LAND AREA 
Puget Sound 5,005 7.71 
Northwest 8,069 12.43 
Northeast 26,711 41.14 
Southeast 14,748 22.72 
Southwest 10,387 16.00 

TOTAL 64,920 100.00 


[Statutory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 
136-110-020, filed 7/30/84.] 


WAC 136-110-030 Computation of road mileage 
ratio. The ratio which the mileage of county major and 
minor collectors in rural areas of each region bears to 
the total mileage of county major and minor collectors 
in all rural areas of the state shall be computed from in- 
formation shown in the county road log maintained by 
the secretary of transportation as of July 1, 1985 and 
each two years thereafter. 


[Statutory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 
136-110-030, filed 7/30/84.} 


WAC 136-110-040 Apportionment percentages es- 
tablished. At the first CRABoard meeting of each bien- 
nium the CRABoard shall establish apportionment 
percentages for the five RAP regions based on the com- 
putations described in WAC 136-110-010 and 136- 
110-030. The apportionments so established shall re- 
main in effect for the remainder of the biennium. 


[Statutory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 
136-110-040, filed 7/30/84.] 


WAC 136-110-050 Apportionment to regions. The 
apportionment percentages established in accordance 
with WAC 136-110-040 shall be used once each quar- 
ter by the board to apportion funds credited to the rural 
arterial trust account (RATA) to the five regions. The 
funds so apportioned shall be allocated as described in 
chapter 136-160 WAC by the CRABoard to counties 
for construction of approved rural arterial projects. 


[Statutory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 
136-110-050, filed 7/30/84.] 


Chapter 136-120 WAC 
RAP PROJECTS IN THE SIX-YEAR PROGRAM 


WAC 

136-120-010 Purpose. 

136-120-020 Six—year program adoption. 
136-120-030 RAP projects in six-year program. 


WAC 136-120-010 Purpose. Sections 8 and 10, 
chapter 49, Laws of 1983 ex. sess., require that counties 
list prospective RAP projects in their respective six—year 
programs and that the CRABoard review such pro- 
grams. This WAC chapter describes the manner in 
which the CRABoard will implement these provisions in 
its administration of the RAP program. 


[Title 136 WAC—p 22] 


Title 136 WAC: County Road Administration Board 


[Statutory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 
136-120-010, filed 7/30/84.] 


WAC 136-120-020 Six-year program adoption. 
The county's six-year program shall be prepared and 
adopted in accordance with RCW 36.81.121, and one 
copy forwarded to the CRAB office no later than Au- 
gust Ist of each year. 


{Statutory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 
136-120-020, filed 7/30/84.] 


WAC 136-120-030 RAP projects im six-year pro- 
gram. The county's six-year program in each even- 
numbered year shall include all projects for which the 
county may request RATA funds during the succeeding 
biennium. Project cost estimates for RAP projects shall 
be considered preliminary, and subject to revision until a 
project application is submitted. 


[Statutory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 
136-120-030, filed 7/30/84.] 


Chapter 136-130 WAC 


REGIONAL PRIORITIZATION OF RAP PROJECTS 
TO BE APPROVED IN 1984 


WAC 

136-130-010 Purpose. 

136-130-020 Priorities by region. 

136-130-030 Project prioritization in Puget Sound region (PSR). 
136-130-040 Project prioritization in northwest region (NWR). 
136-130-050 Project prioritization in northeast region (NER). 
136-130-060 Project prioritization in southeast region (SER). 
136-130-070 Project prioritization in southwest region (SWR). 
136-130-080 Limitation on rating points. 


WAC 136-130-010 Purpose. Sections 8 and 10, 
chapter 49, Laws of 1983 Ist ex. sess. provide that the 
CRABoard shall determine the priority of specific im- 
provement projects based upon the rating of each pro- 
posed improvement in relation to all other proposed 
improvements within each region, taking into account, 
but not limited to, the following five factors: 

(1) Its structural ability to carry loads upon it; 

(2) Its capacity to move traffic at reasonable speeds; 

(3) Its adequacy of alignment and related geometrics; 

(4) Its accident experience; and 

(5) Its fatal accident experience. 

This chapter describes how this statutory language will 
be implemented by the CRABoard. 


[Statutory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 
136-130-010, filed 7/30/84.] 


WAC 136-130-020 Priorities by region. The 
CRABoard has determined that the interests of the 
counties in the several regions will be best served by en- 
couraging development of a distinct project priority rat- 
ing system for each region. These rating systems, 
described in WAC 136-130-030, 136-130-040, 136- 
130-050, 136-130-060, and 136-130-070, shall be used 
in the prioritization of proposed projects requesting 
RATA funds submitted by counties in the respective re- 
gions. Detailed procedures for implementing the regional 
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rating systems are published by the CRABoard in a 
pamphlet entitled: Procedures for Priority Rating of 
Proposed RAP Project (RAP Rating Procedures). 


{Statutory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 
136-130-020, filed 7/30/84.] 


WAC 136-130-030 Project prioritization in Puget 
Sound region (PSR). Each county in the PSR [region] 
may submit up to three projects requesting RATA 
funds. Each project shall be rated in accordance with the 
PSR RAP rating procedures. PSR RAP rating points 
shall be assigned on the basis of 50 points for traffic 
volume, 50 points for accident history, 45 points for 
structural condition, 45 points for geometric condition, 
and 10 points for special use and need. Prioritization of 
PSR projects shall be on the basis of total PSR RAP 
rating points shown on the project worksheet and the 
prospectus form of the project application. 

[Statutory Authority: Chapter 36.78 RCW. 86-06-005 (Order 61), § 


136-130-030, filed 2/20/86; 84-16-065 (Order 56), § 136-130-030 
filed 7/30/84.] 


Reviser's note: RCW 34.04.058 requires the use of underlining and 
deletion marks to indicate amendments to existing rules, and deems 
ineffectual changes not filed by the agency in this manner. The brack- 
eted material in the above section does not appear to conform to the 
statutory requirement. 


WAC 136-130-040 Project prioritization in north- 
west region (NWR). Each county in the NWR may sub- 
mit projects requesting RATA funds not to exceed two 
hundred fifty thousand dollars per project and seven 
hundred fifty thousand dollars total. No bridge replace- 
ment projects will be funded. Each project shall be rated 
in accordance with the NWR RAP rating procedures. 
NWR RAP rating points shall be assigned on the basis 
of forty points for structural condition, forty points for 
geometrics, ten points for traffic volume and ten points 
for traffic accidents and five points for any project on a 
major collector (07). Prioritization of NWR projects 
shall be on the basis of total NWR RAP rating points 
shown on the project worksheet and the prospectus form 
of the project application. 


[Statutory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 
136-130-040, filed 7/30/84.] 


WAC 136-130-050 Project prioritization in north- 
east region (NER). Each county in the NER may submit 
projects requesting RATA funds not to exceed 30% [per 
county] of the NER biennial apportionment. Each 
project shall be rated in accordance with the NER RAP 
rating procedures. Bridge projects may be submitted re- 
questing RATA funds under one of the following 
conditions: 

1. 10% of the NER biennial apportionment shall be 
reserved for stand-alone bridge projects in each bien- 
nium. Bridges must be approved for federal bridge re- 
placement funding and RATA funds shall be used only 
as a match for such federal funding. Bridges will be 
ranked for RATA funding using the WSDOT priority 
list. Whatever part of the bridge reserve is not allocated 
to bridge projects in each biennium shall be available for 
allocation to other RAP projects. 
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2. A stand—alone bridge project may be submitted as 
an ordinary RAP project provided that its priority rating 
has been computed by the same procedure applied to all 
other projects, and provided further that RATA funds 
shall be used only as a match for federal funds. Such 
projects shall not be considered for funding from the 
bridge reserve described above. 

3. A RAP project may include a bridge when the cost 
of the bridge does not exceed 20% of the total project 
cost. 

NER RAP rating points shall be assigned on the basis 
of 100 points for a condition rating and 50 points for a 
service rating. The priority rating equals two and one 
half times the product of the service rating to the 1.25 
power and the common logarithm of the number ob- 
tained by dividing 100 by the condition rating. Prioriti- 
zation of NER projects shall be on the basis of total 
NER RAP rating points shown on the project worksheet 
and the prospectus form of the project application. 
{Statutory Authority: Chapter 36.78 RCW. 86-21-076 (Order 63-P), 
§ 136-130-050, filed 10/15/86; 86-06-005 (Order 61), § 136-130- 


050, filed 2/20/86; 84-16-065 (Order 56), § 136-130-050, filed 
7/30/84.] 


Reviser's note: RCW 34.04.058 requires the use of underlining and 
deletion marks to indicate amendments to existing rules, and deems 
ineffectual changes not filed by the agency in this manner. The brack- 
eted material in the above section does not appear to conform to the 
statutory requirement. 


WAC 136-130-060 Project prioritization in south- 
east region (SER). Each county in the SER may submit 
projects requesting RATA funds not to exceed one mil- 
lion dollars per county. Each project shall be rated in 
accordance with the SER RAP rating procedures. Ten 
percent of the SER biennial apportionment shall be re- 
served for stand-alone bridge projects in each biennium. 
Whatever part of the bridge reserve is not allocated to 
bridge projects shall be available for allocation to other 
RAP projects. SER RAP rating points shall be assigned 
on the basis of forty points for structural condition, 
thirty points for geometrics, twenty points for traffic 
volume and ten points for traffic accidents. Prioritization 
of SER projects shall be on the basis of total SER RAP 
rating points shown on the project worksheet and the 
prospectus form of the project application. 


{Statutory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 
136-130-060, filed 7/30/84.] 


WAC 136-130-070 Project prioritization in south- 
west region (SWR). Each county in the SWR may sub- 
mit projects requesting RATA funds not to exceed 
$200,000 per project and $8000,000 per county No 
bridge replacement projects will be funded. Each project 
shall be rated in accordance with the SWR RAP rating 
procedures. SWR RAP rating points shall be assigned 
on the basis of 25 points for structural condition, 25 
points for road surface condition, 30 points for geomet- 
rics, 10 points for traffic volume and 10 points for traffic 
accidents, except that Portland cement surfaces shall 
have 50 points for road surface condition and no points 
for structural condition. Prioritization of SWR projects 
shall be on the basis of total SWR RAP rating points 
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shown on the project worksheets and the prospectus 
form of the [project] application. 
[Statutory Authority: Chapter 36.78 RCW. 86-06-005 (Order 61), § 


136-130-070, filed 2/20/86; 84-16-065 (Order 56), § 136-130-070, 
filed 7/30/84. 


Reyiser's note: RCW 34.04.058 requires the use of underlining and 
deletion marks to indicate amendments to existing rules, and deems 
ineffectual changes not filed by the agency in this manner. The brack- 
eted material in the above section does not appear to conform to the 
statutory requirement. 


WAC 136-130-080 Limitation on rating points. In 
each of the project prioritization methods described in 
WAC 136-130-030, 136-130-040, 136-130-050, 136- 
130-060, and 136-130-070 rating points are assigned to 
a variety of structural and geometric conditions. For 
purposes of the RAP project prospectus submitted to the 
CRABoard, geometric condition points shall be assigned 
only for those conditions which will be corrected by con- 
struction of the project. 


[Statutory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 
136-130-080, filed 7/30/84.] 


Chapter 136-150 WAC 


ELIGIBILITY FOR RURAL ARTERIAL TRUST 
ACCOUNT FUNDS 


WAC 

136-150-010 Purpose. 

136-150-020 Implementing the eligibility requirement. 
136-150-024 Constraint on contract execution. 
136-150-030 Certification required. 

136-150-040 Post audit penalty. 


WAC 136-150-010 Purpose. Language in section 
14, chapter 49, Laws of 1983 [1st] ex. sess. provides that 
only those counties that during the preceding twelve 
months have spent all revenues collected for road pur- 
poses only for such purposes, including traffic law en- 
forcement, as are allowed to the state by Article II, 
section 40 of the state Constitution are eligible to receive 
funds from the rural arterial trust account (RATA); 
provided, however, that counties of the 7th class shall be 
exempt from this requirement. This [WAC] chapter de- 
scribes how this statutory language will be implemented 
by the CRABoard beginning with the 1987 RAP project 
approval meeting. 

[Statutory Authority: Chapter 36.78 RCW. 86-06-005 (Order 61), § 


136-150-010, filed 2/20/86; 84-16-065 (Order 56), § 136-150-010, 
filed 7/30/84.] 


Reviser's note: RCW 34.04.058 requires the use of underlining and 
deletion marks to indicate amendments to existing rules, and deems 
ineffectual changes not filed by the agency in this manner. The brack- 
eted material in the above section does not appear to conform to the 
statutory requirement. 


WAC 136-150-020 Implementing the eligibility re- 
quirement. The CRABoard will provide to the state au- 
ditor no later than February 1 of each year a list of 
those counties which have submitted projects for RATA 
funding during the current biennium. The state auditor 
will return the list to the CRABoard no later than May 
1 of each year, showing the eligible counties, which are 
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those counties that, during the preceding county budget 
year, spent all revenues collected for road purposes only 
for such purposes, including traffic law enforcement, as 
are allowed to the state by Article IJ, section 40, of the 
state Constitution provided, however, that counties of 
the 7th class shall not be included on such list. The 
CRABoard will approve RAP projects, and allocate 
RATA funds to projects, only in eligible counties. 

[Statutory Authority: Chapter 36.78 RCW. 86-06-005 (Order 61), § 


136-150-020, filed 2/20/86; 84-16-065 (Order 56), § 136-150-020, 
filed 7/30/84] ` 


WAC 136-150-024 Constraint on contract execu- 
tion. No CRAB/county contract shall be executed on 
behalf of the CRABoard until assurance is received from 
the state auditor that such county's expenditure of di- 
verted road levy, if any, was in compliance with the 
constraints of this chapter. The cost of any special audit 
needed to provide such assurance shall be the responsi- 
bility of the affected county. 


[Statutory Authority: Chapter 36.78 RCW. 86-06-005 (Order 61), § 
136-150-024, filed 2/20/86.] 


WAC 136-150-030 Certification required. The con- 
tract between CRAB and a county relative to a RAP 
project shall contain a certification, signed by the county 
executive or chairman of the board of county commis- 
sioners, that the county is in compliance with the provi- 
sions of this chapter. l 


[Statutory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 
136-150-030, filed 7/30/84.] 


WAC 136-150-040 Post audit penalty. Every RAP 
project shall be subject to final examination and audit 
by the state auditor. In the event such an examination 
reveals an improper certification on the part of a county 
relative to compliance with provisions of this chapter, 
the matter shall be placed on the agenda of the next 
CRAB meeting and may be cause for the CRABoard to 
withdraw or deny the certificate of good practice of that 
county; and/or to require that all, or part of, RATA 
funds received by the county be returned to the 
CRABoard. 

{Statutory Authority: Chapter 36.78 RCW. 86—-06-005 (Order 61), § 


136-150-040, filed 2/20/86; 84-16-065 (Order 56), § 136-150-040, 
filed 7/30/84.) ` 


Chapter 136-160 WAC 


ALLOCATION OF RATA FUNDS TO APPROVED 
RAP PROJECTS 


WAC 

136-160-010 Purpose. 

136-160-020 The project application. 

136-160-024 Procedure for a county line project. 

136-160-030 Submission of the project application. 
136-160-040 Preparation and review of regional priority array. 
136-160-050 Project approval and RATA fund allocation. 
136-160-060 


Limitation on use of RATA funds. 


WAC 136-160-010 Purpose. Section 5, chapter 49, 
Laws of 1983 Ist ex. sess. provides that the CRABoard 
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shall allocate the rural arterial trust account (RATA) 
funds apportioned to each region to counties within the 
region for the construction of specific rural arterial pro- 
jects. This chapter describes the manner in which a 
county may request RATA funds for specific rural arte- 
rial projects and the manner in which the CRABoard 
will approve such projects and allocate RATA funds. 


[Statutory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 
136-160-010, filed 7/30/84.] 


WAC 136-160-020 The project application. Each 
application by a county for RATA funds shall be made 
on a prospectus form furnished by the CRABoard. The 
information submitted to the CRABoard shall include 
the prospectus form, a vicinity map and a sketch of a 
typical cross section. The project application shall also 
include a narrative which addresses the particular defi- 
ciency which caused the project to be submitted and ex- 
plains how the proposed improvement would impact or 
correct the deficiency. 


(Statutory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 
136-160-020, filed 7/30/84.] 


WAC 136-160-024 Procedure for a county line 
project. Whenever a project is for the improvement of a 
road which continues into an adjacent county and the 
project terminus is within 1000 feet of the county line, 
the project application shall include a statement signed 
by the county engineer of the adjacent county certifying 
that the adjacent county engineer has been made aware 
of the proposed project and will cooperate with the ap- 
plicant county engineer to the extent necessary to 
achieve a mutually acceptable design compatible with 
the required design standards. 


[Statutory Authority: Chapter 36.78 RCW. 85-11-053 (Order 58), § 
136-160-024, filed 5/17/85.] 


WAC 136-160-030 Submission of the project appli- 
cation. Project applications for projects for which RATA 
funds are requested for any biennium must be submitted 
to the CRABoard no later than September 1, of the 
even-numbered year immediately preceding that bien- 
nium; provided that the CRABoard may request addi- 
tional project applications at any time thereafter should 
additional funding become available. Project applica- 
tions will not be accepted for projects which are not 
listed in the most recently adopted six-year program. 


(Statutory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 
136-160-030, filed 7/30/84.] 


WAC 136-160-040 Preparation and review of re- 
gional priority array. The CRABoard shall prepare and 
review a regional priority array for each RAP region 
based on the initial project prioritization in each region 
described in WAC 136-130-030 through 136-130-070. 
Projects shall be listed in the order of total RAP rating 
points including the RATA funds requested for each 
project. Ties in total RAP rating points may be broken 
by the CRABoard in favor of the county having the 
lesser amount of previously allocated RATA funds. 
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[Statutory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 
136-160-040, filed 7/30/84.] 


WAC 136-160-050 Project approval and RATA 
fund allocation. The CRABoard will meet as soon as 
feasible after passage of each biennial budget by the 
legislature to approve RAP projects and allocate RATA 
funds. RAP projects shall be approved in each region, in 
order of their regional priority and RATA funds shall be 
allocated up to a cumulative dollar amount no greater 
than ninety percent of the RATA construction appropri- 
ation included in the biennial budget; provided however 
that no county shall receive a total RATA fund alloca- 
tion greater than the following amounts in the respective 
regions: NWR, three hundred seventy-five thousand 
dollars; NER, fifteen percent of the regional apportion- 
ment; SER, five hundred thousand dollars; and SWR, 
four hundred thousand dollars. The remaining construc- 
tion appropriation may be allocated to approved projects 
later in the biennium at a time deemed appropriate by 
the CRABoard. 


[Statutory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 
136-160-050, filed 7/30/84.] 


WAC 136-160-060. Limitation on use of RATA 
funds. The RATA funds requested in the project appli- 
cation are intended to reimburse a county for 80% of its 
RAP [project] construction costs up to the amount of 
the CRAB/county contract in the PSR, NWR, SER 
and SWR and 90% in the NER. [RAP project] RATA 
funds may be used to reimburse a county for 80% of its 
RAP project preliminary engineering costs in the PSR 
and SER and 90% in the NER. RATA funds may not 
be used for right-of-way acquisition in any region. 
[Statutory Authority: Chapter 36.78 RCW. 86-21-076 (Order 63—P), 
§ 136-160-060, filed 10/15/86; 86-06—-005 (Order 61), § 136-160- 


060, filed 2/20/86; 84-16-065 (Order 56), § 136-160-060, filed 
7/30/84.] 


Reviser's note: RCW 34.04.058 requires the use of underlining and 
deletion marks to indicate amendments to existing rules, and deems 
ineffectual changes not filed by the agency in this manner. The brack- 
eted material in the above section does not appear to conform to the 
statutory requirement. 


Chapter 136-170 WAC 


EXECUTION OF A CRAB COUNTY CONTRACT 
FOR A RAP PROJECT 


WAC 

136-170-010 Purpose. 

136-170-020 Notification of counties. 
136-170-030 Terms of CRAB/county contract. 


WAC 136-170-010 Purpose. Section 5, chapter 49, 
Laws of 1983 Ist ex. sess. provides that the CRABoard 
shall administer the rural arterial program (RAP). This 
chapter describes the individual project contract between 
the CRABoard and a county CRAB/county contract to 
be used to administer each approved RAP project. 


[Statutory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 
136-170-010, filed 7/30/84.] 
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WAC 136-170-020 Notification of counties. The 
CRABoard shall, within ten days of its RAP project ap- 
proval meeting, notify each county having an approved 
project of such approval and of the amount of RATA 
funds allocated to each approved project. The 
CRABoard shall offer a contract for each such approved 
project setting forth the terms and conditions under 
which RATA funds will be provided. 


[Statutory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 
136-170-020, filed 7/30/84.] 


WAC 136-170-030 Terms of CRAB/county con- 
tract. The CRAB/county contract shall include, but not 
be limited to, the following provisions: 

(1) Such contract shall be valid and binding (and the 
county shall be entitled to receive RATA funds) only if 
such contract is signed and returned to the CRABoard 
within forty-five days of its mailing by the CRABoard. 

(2) The county certifies that it is in compliance with 
the provisions of chapter 136-150 WAC. 

(3) The project will be constructed in accordance with 
(a) the information furnished to the CRABoard, and (b) 
the plans and specifications prepared by the county 
engineer. 

(4) The county will notify the CRABoard when a 
construction contract has been awarded and/or when 
construction has started, and when the project has been 
completed. 

(5) The CRABoard will reimburse counties on the 
basis of monthly progress payment vouchers received 
and approved on individual projects in the order in 
which they are received in the CRAB office, and subject 
to the availability of RATA funds apportioned to the 
region. 

(6) The county will reimburse the RATA in the event 
a project postaudit reveals improper expenditure of 
RATA funds. 


[Statutory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 
136-170-030, filed 7/30/84.] 


Chapter 136-180 WAC 
PROCESSING OF RAP VOUCHERS 


WAC 

136-180-010 Purpose. 
136-180-020 Voucher form. 
136-180-030 Voucher approval. 
136-180-040 Payment of vouchers. 


WAC 136-180-010 Purpose. Section 17, chapter 
49, Laws of 1983 ex. sess. provides that counties shall 
submit vouchers for payment of the RATA share of the 
cost of work completed on each RAP project. This WAC 
chapter describes the manner in which the CRABoard 
will implement the provisions of the act related to pay- 
ment of vouchers. 


{Statutory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 
136-180-010, filed 7/30/84.] 


WAC 136-180-020 Voucher form. The CRABoard 
shall prepare and distribute to all counties with approved 
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RAP projects, voucher forms for use in requesting 
progress payments and final payment for each approved 
RAP project. 


{Statutory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), $ 
136-180-020, filed 7/30/84.] 


WAC 136-180-030 Voucher approval. The county 
constructing each RAP project may submit vouchers 
monthly as the work progresses and shall submit a final 
voucher after completion of each RAP project for the 
payment of the RATA share of the project cost. The 
chairman of the CRABoard or his designated agent(s) 
shall approve such vouchers for payment to the county 
submitting the voucher. 


[Statutory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 
136-180-030, filed 7/30/84.] 


WAC 136-180-040 Payment of vouchers. Upon ap- 
proval of each RAP project voucher by the chairman of 
the CRABoard or his designated agent(s), it shall be 
transmitted to the department of transportation for pay- 
ment to the county submitting the voucher. RATA war- 
rants shall be transmitted directly to each county 
submitting a voucher. 


[Statutory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 
136-180-040, filed 7/30/84.] 


Chapter 136-190 WAC 
PROVISIONS FOR AUDIT OF RAP PROJECTS 


WAC 

136-190-010 Purpose. 

136-190-020 Audit requirements, 

136-190-030 Scope of audits. 

136-190-040 Noncompliance and questioned costs. 
136-190-050 Post audit penalty. 


WAC 136-190-010 Purpose. Chapter 49, Laws of 
1983, extraordinary session (the act), provides that the 
county road administration board (CRABoard) shall 
administer the rural arterial program (RAP). This 
WAC chapter describes the provisions for audit of those 
RAP projects approved by the CRABoard. 


[Statutory Authority: Chapter 36.78 RCW. 85-11-055 (Order 60), § 
136-190-010, filed 5/17/85.] 


WAC 136-190-020 Audit requirements. RAP 
project audits may be conducted by the state auditor's 
office and will normally be conducted in conjunction 
with the audits of the different counties of the state as 
required by RCW 43.09.260 and 36.80.080. Special au- 
dits of specific RAP projects may be accomplished at 
the request of the CRABoard. If a special audit is con- 
ducted outside the confines of those audits required by 
the above statutes, then the costs of the special audit 
shall be the responsibility of the CRABoard. 


{Statutory Authority: Chapter 36.78 RCW. 85-11-055 (Order 60), § 
136-190-020, filed 5/17/85.] 


WAC 136-190-030 Scope of audits. The audit of 
any RAP project shall include but not be limited to the 


(1986 Ed.) 


Design Standards--RAP 


review of the county's compliance with (1) the provisions 
of the act and (2) the rules in Title 136 WAC regarding 
implementation and administration of the act, with de- 
tailed review of uses of county road taxes, application of 
RATA funds, and the various reporting requirements. 
The audit shall also include a review of the financial ac- 
counting and reporting of those funds associated with 
and received for the RAP project. 


[Statutory Authority: Chapter 36.78 RCW. 85-11-055 (Order 60), § 
136-190-030, filed 5/17/85.] 


- WAC 136-190-040 Noncompliance and questioned 
costs. If the audit of a RAP project reveals any area of 
noncompliance and/or questioned costs, then such ex- 
ceptions shall be subject to comment by the examiner 
within the audit report. 


{Statutory Authority: Chapter 36.78 RCW. 85-11-055 (Order 60), § 
136-190-040, filed 5/17/85.] 


WAC 136-190-050 Post audit penalty. In the event 
an exception has been noted within the audit report it 
shall be the duty of the CRABoard to discuss and eval- 
uate the noted discrepancy. Discrepancies may be cause 
for the CRABoard to order the payback of improperly 
expended RATA funds as provided in the CRAB/county 
contract (WAC 136-170-030) and/or withdrawal or 
denial of the certificate of good practice of the county in 
question as provided in WAC 136-150-040. 


(Statutory Authority: Chapter 36.78 RCW. 85-11-055 (Order 60), § 
136-190-050, filed 5/17/85.] 


Chapter 136-200 WAC 
FUNCTIONAL CLASSIFICATION 


WAC 

136-200-010 Purpose. 

136-200-020 Functional classification. 
136-200-030 Functional classification changes. 
136-200-040 Functional classification verification. 


WAC 136-200-010 Purpose. Section 2, chapter 49, 
Laws of 1983 ex. sess., provides that rural arterial trust 
account (RATA) funds shall be expended for the con- 
struction and improvement of county major and minor 
collectors in rural areas. This WAC chapter describes 
that manner in which the major and minor collector 
designations are made. The source document is entitled: 
Guidelines: For Amending Urban Boundaries, Func- 
tional Classification, and/or Federal Aid Systems, 
December 1982, by WSDOT, and includes all subse- 
quent amendments. 


(Statutory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 
136-200-010, filed 7/30/84.] 


WAC 136-200-020 Functional classification. The 
Federal Highway Administration (FHWA) has devel- 
oped a system of functional classification for highways, 
roads and streets which divides these facilities into 
groups having similar characteristics of providing mobil- 
ity and/or land access. All rural roads are presently cat- 
egorized into four functional classifications: Principal 
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arterials, minor arterials, major and minor collectors, 
and local roads. 


[Statutory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 
136-200-020, filed 7/30/84.] 


WAC 136-200-030 Functional classification 
changes. Requests to change a route's functional classi- 
fication are developed by the county having jurisdiction 
over the route. For those routes extending into another 
jurisdiction, i.e., a route extending into another city or 
county, concurrence from the other affected agency is 
required unless the functional classification can logically 
be changed at the boundary between agencies. Func- 
tional classification changes may be requested in ac- 
cordance with procedures outlined in the source 
document described in WAC 136-200-010 through ap- 
propriate WSDOT channels. 


[Statutory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 
136-200-030, filed 7/30/84.] 


WAC 136-200-040 Functional classification verifi- 
cation. Each RAP project application submitted in ac- 
cordance with WAC 136-160-020 shall show the 
functional classification of the road or roads included in 
the project. Prior to project approval the CRABoard 
shall verify that the road on which the RAP project is 
requested is classified as a major or minor collector. 


{Statutory Authority: Chapter 36.78 RCW. 86-21-076 (Order 63-P), 
§ 136-200-040, filed 10/15/86; 84-16-065 (Order 56), § 136-200- 
040, filed 7/30/84.] 


Chapter 136-210 WAC 
DESIGN STANDARDS FOR RURAL ARTERIAL 


PROGRAM PROJECTS 
WAC 
136-210-010 Purpose. 
136-210-020 Applicable design standards. 
136-210-030 Deviations from design standards. 
136-210-040 Report of state aid engineer. 
136-210-050 Project approval with deviation. 


WAC 136-210-010 Purpose. Section 6, chapter 49, 
Laws of 1983 Ist ex. sess. provides that the CRABoard 
shall adopt reasonable uniform design standards for 
county major and minor collectors that meet the re- 
quirements for trucks transporting commodities. This 
chapter describes how this statutory requirement will be 
implemented by the CRABoard. 


[Statutory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 
136-210-010, filed 7/30/84.] 


WAC 136-210-020 Applicable design standards. 
Geometric design of all RAP projects shall be in ac- 
cordance with the local agency guidelines (LAG) man- 
ual published by the WSDOT, Division 13, Rural Area 
Design Standards. 


[Statutory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 
136-210-020, filed 7/30/84.] 
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WAC 136-210-030 Deviations from design stand- 
ards. Deviation from the specified design standards may 
be requested by the county engineer in responsible 
charge of the project when circumstances exist which 
would make application of adopted standards exceed- 
ingly difficult. Whenever a deviation request is to be 
made on a project, it shall be so noted on the project 
application submitted in accordance with WAC 136- 
160-020. Request for deviation shall be made to the 
state aid engineer in accordance with the LAG manual. 


{Statutory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 
136-210-030, filed 7/30/84.] 


WAC 136-210-040 Report of state aid engineer. 
Whenever the CRABoard meets to approve RAP pro- 
jects the state aid engineer shall report on his action in 
response to deviation requests, if any, made on individ- 
ual projects. Failure of the state aid engineer to report in 
response to a deviation request shall be considered as 
approval. 


[Statutory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 
136-210-040, filed 7/30/84.] 


WAC 136-210-050 Project approval with deviation. 
After having received the report of the state aid engineer 
in response to deviation requests, the CRABoard shall 
proceed with RAP project approval in accordance with 
WAC 136-160-050. Proposed projects for which the 
deviation request has been denied shall not be approved. 


[Statutory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 
136-210-050, filed 7/30/84.] 


Chapter 136-220 WAC 


MATCHING REQUIREMENTS FOR RURAL 
ARTERIAL TRUST ACCOUNT FUNDS 


WAC 

136-220-010 Purpose. 

136-220-020 Establishment of matching requirements. 
136-220-030 Use of RATA funds to match other funds. 


WAC 136-220-010 Purpose. Section 12, chapter 
49, Laws of 1983 Ist ex. sess. provides that the 
CRABoard shall establish matching requirements for 
counties receiving funds from the rural arterial trust ac- 
count (RATA). This chapter describes how this statu- 
tory requirement will be implemented by the 
CRABoard. 


[Statutory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 
136-220-010, filed 7/30/84.] 


WAC 136-220-020 Establishment of matching re- 
quirements, Counties will be required to match RATA 
funds with a minimum of 20% matching funds in the 
PSR, NWR, SER, and SWR and 10% matching funds 
in the NER. 

[Statutory Authority: Chapter 36.78 RCW. 86-21-076 (Order 63-P), 
§ 136-220-020, filed 10/15/86; 84-16-065 (Order 56), § 136-220- 
020, filed 7/30/84.] 
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WAC 136-220-030 Use of RATA funds to match 
other funds. A county with an approved RAP project 
may use RATA funds to match any applicable funds 
available for such project, provided that the county will 
be required to match any RATA funds allocated to the 
project with a minimum of 20% matching funds in the 
PSR, NWR, SER, and SWR and 10% matching funds 
in the NER. Projects involving federal highway program 
funds will be administered through the state aid division 
of WSDOT except that reimbursement of RATA funds 
will be through the CRABoard. 


[Statutory Authority: Chapter 36.78 RCW. 86-21-076 (Order 63-P), 
§ 136-220-030, filed 10/15/86; 84-16-065 (Order 56), § 136-220- 
030, filed 7/30/84.] 


Reviser's note: RCW 34.04.058 requires the use of underlining and 
deletion marks to indicate amendments to existing rules, and deems 
ineffectual changes not filed by the agency in this manner. The brack- 
eted material in the above section does not appear to conform to the 
statutory requirement. 


Chapter 136-250 WAC 
EXPENDITURE REPORTING 


WAC 

136-250-010 Purpose. 

136-250-020 Report of road levy revenues. 

136-250-030 Report of expenditures. 

136-250-040 Report of road levy expenditures. 

136-250-050 Report to the legislative transportation committee. 


WAC 136-250-010 Purpose. Section 5, chapter 53, 
Laws of 1983 ex. sess., requires the CRABoard to moni- 
tor expenditures by counties of county road levy reve- 
nues and to report all expenditures of these revenues for 
other than road construction and maintenance purposes 
annually to the legislative transportation committee 
(LTC). This chapter describes how the CRABoard in- 
tends to implement these provisions. 


[Statutory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 
136-250-010, filed 7/30/84.] 


WAC 136-250-020 Report of road levy revenues. 
Annually, subsequent to the adoption of the county 
budgets in accordance with RCW 36.40.080, the county 
legislative authority is required to fix the amount of the 
levies necessary to raise the amount of estimated ex- 
penditures in accordance with RCW 36.40.090. The leg- 
islative authority may budget and expend any portion of 
the county road property tax revenues for any service to 
be provided in the unincorporated area of the county in 
accordance with RCW 36.33.220. Annually, no later 
than February 1, each county shall submit to the 
CRABoard a report showing the amount of the county 
road levy, the estimated revenues generated by such 
levy, the amount of such levy budgeted for road pur- 
poses, and the amount or amounts budgeted for any 
service to be provided in the unincorporated area of the 
county, in accordance with RCW 36.33.220. 


[Statutory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 
136-250-020, filed 7/30/84.] 
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WAC 136-250-030 Report of expenditures. Annu- 
ally each county submits a report of road fund revenues 
and expenditures for the preceding year to the secretary 
of transportation. A duplicate copy of this report shall 
be transmitted to the CRABoard no later than April 1 
of each year. 


[Statutory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 
136-250-030, filed 7/30/84.] 


WAC 136-250-040 Report of road levy expendi- 
tures. Annually, no later than April 1, each county shall 
submit to the CRABoard a report showing the amounts 
of the county road levy revenues actually expended dur- 
ing the preceding year, in accordance with RCW 36.33- 
.220, for other than the construction, maintenance, and 
administration of the county road system. 


[Statutory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 
136-250-040, filed 7/30/84.] 


WAC 136-250-050 Report to the legislative trans- 
portation committee. Annually, no later than May 1, the 
CRABoard shall submit to the legislative transportation 
committee a composite report on behalf of all counties 
showing the amounts specified in WAC 136-250-020 
and 136—250-040. 


[Statutory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 
136-250-050, filed 7/30/84.] 
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